CHANGE ORDER 



PROJECT: Courthouse Square CHANGE ORDER NUMBER: 
(name, address) 555 Court Street NE 

Salem, Oregon 97301 INITIATION DATE: 




21 

March 31, 2000 




ARCHITECT'S PROJECT NO.: 




9828 


TO: Pence/Kelly Construction, Inc. CONTRACT FOR: 
(contractor) 2747 Pence Loop SE, P.O. Box 4109 

Salem, Oregon 97302-8109 CONTRACT DATE: 




General Construction 
February 17, 1999 


You are directed to make the following changes in this Contract: 








I . 


rrovicie onanges to rire rcating ot LODuy i^uu per rroposai Kequest iu, 
as perC.O.R. # 40. 


Deduct 


$ 


(3,392.00) 


o 
z. 


rroviae onanges 10 i ransit operations Kooms per proposal Kequest /u ana km h iu, 
as perC.O.R. # 141. 


Add 


$ 


10,327.00 


o. 


Provide changes to Parking Garage Entry Gate and Barrier Arms per Proposal 
Request 80, as per C.O.R. # 176. 


Deduct 


$ 


(499.00) 


A 


Provide two VOC sensors, one at the top of each of the return air shafts. Sensors to be 
wired to units and signal an alarm at the BMS during high VOC conditions, 
as perC.O.R. # 184. 


Add 


$ 


4,915.00 


5. 


Provide for increased column sizes per RFI 362, 
as perC.O.R. # 193. 


Add 


$ 


474.00 


6. 


Provide combination paper towel dispensers/receptacles instead of electric hand 
dryers per Proposal Request 85, upgrade electric hand dryers in rooms 1143, 1144 
and 154 per Proposal Request 66, as per C.O.R. # 194. 


Deduct 


$ 


(4,997.00) 


7. 


Provide for HVAC workstation to be located at the Courthouse building via coax data line, 
as perC.O.R. # 196. 


Add 


$ 


1,736.00 


8. 


Provide Conduit, Junction boxes and Blocking for CCTV cameras per Proposal Request 62, 

as per C.O.R. # 198. Add 


s> 


o,401 .UU 


9. 


Provide Tapered insulation at mechanical chases between rooftop air handling units, 
as per C.O.R. #205 


Add 


$ 


1,299.00 


10. 


Provide Graphic behind Transit Counter per Proposal Request 75 and RFI 430, 
as perC.O.R. #206 


Add 


$ 


1,876.00 


11. 


Provide cold water shutoffs for ice makers per RFI 464, 
as per C.O.R. #210 


Add 


$ 


1,059.00 


12. 


Provide one non-frostproof sill cock in Canopy along grid "7" at "J". This will tie into 
the 2" dia. Main serving Mens' Room 1272. This line needs to be shut down and drained 
during freezing weather, as per C.O.R. #211 


Add 


$ 


2,037.00 


13. 


Provide power for future waste disposal units per Proposal Request 90, 
as per C.O.R. #212 


Add 


$ 


3,824.00 



Page 1 of 2 



14. Provide Plate Stiffeners per RFI 372, 

asperC.O.R. # 213. Add $ 843.00 

15. Provide DA 431 Seismic Ties at all window jambs in lieu of type specified. 

asperC.O.R. # 214. Add $ 1,168.00 

16. Provide a cannister humidifier in the CRU-1 unit, 

asperC.O.R. # 215. Add $ 793.00 

17. Provide blocking with 2x support at the top of the RTU curbs per RFI 475, 

asperC.O.R. #216. Add $ 1,611.00 

1 8. Provide Bollards at the South East corner of site per Proposal Request 89, 

asperC.O.R. #217. Add $ 2,031.00 

19. Provide Indoor Air Quaility (IAQ) Management Plan LEED Requirement), 

per Proposal Request 78 and modified asperC.O.R. #218. Add $ 6,388.00 

20. Provide increased protection at Sump Pumps and Generators per Proposal Request 91, 

as perC.O.R. #219. Add $ 1,326.00 

21 Provide voice chips @ Elevators per Bob McCune 

asperC.O.R. #226. Add $ 630.00 



Total for Change Order No. 21 



36,900.00 



Not valid until signed by both the Owner and Architect. Signature of the Contractor indicates agreement herewith, including any adjustment in the Contract Sum or Contract Time. 



The original Contract Sum was 

Net change by previously authorized Change Orders 

The Contract Sum prior to this Change Order was 

The Contract Sum will be (increased) (d e cr e as e d) by this Change 

The new Contract Sum including this Change Order will be 

The Contract Time will be ( i ncr e as e d) (d e cr e as e d) (unchanged) by 

The Date of Substantial Completion as of the date of this Change Order therefore is 



$ 
$ 



18,459,484.00 
1,746,901.00 



$ 
$ 



20,206,385.00 
36,900.00 



$ 20,243,285.00 
calendar days 
November 27, 2000 



Owner: 

Marion County 
100 High St. NE 
Salem, OR 97301 




Owner: 

Salem Area Mass Transit District 
3140 Del Webb Ave. NE 
Salem, OR 97003-4165 



I By: 



Date: 




Architect: 

Arbuckle Costic Architects, Inc 
363 State Street ^ 
Salem, Oregopp/37301-3655 

| By: ^ ^ ^/l 



Contractor: 

Pence/Kelly Obstruction, Inc. 
P.O. Box - 

SalefTiS3regdln 97302-8109 




Project Manager: 

Melvin Mark Development Co. 
111 SW Columbia, Suite 1380 
PortlancJ/QSregon 




File: 9828-1 1b 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #10; Change Firing Rating 



COR No. 



00040 



DATE: 2/29/00 
JOB: 99006 
ISSUE: 00061 



1 . Coirtpact time being extended 
(J0) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/29/00 ) 



For work described below, we offer the following quotation. 



Provide Changes per PR # 10. 



Total Cost: 



($3,392) 







Accepted By: 



Date: 
Accepted 

Date 



Pence/Kelly Construction, Inc. - Dave Hays 
Salerrj ArAVrSnsiTTloryi Witling to r( - ^*-^ 

ate: \J^/") fOd 



Reviewed By^^£, 

Date 
Accepted 



lelvin Mark CoYnpanfies -Tyfaig Lewis 




Marion 



illy Wasson 



Date: 



Pro Management Systems, Inc. 
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Recejv/'^cl: 8/23/99 10:06; 

08/23/1999 09:54 1-503-659-0512 



1-503-659-0512 -> PENCE KELLY; Page A 

OREGON BUILDERS 
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PENCE/KELLY 

CONSTRUCTION, INC, 

2747 Pence Loop SE, Salem, OR 97302 (503) 398-T22S 
Portland (503) 224-86B1 Fax (603) 585-7-477 

CCB #63435 



RECEIVED APR 3 : 39 



Potential Change or Clarification 



TO: John Hankins 

Oregon Builders Hardware, Inc. 
9255 S.E. McBrod 
Milwaukie, OR 97222 

Project: Courthouse Square 
PCC Title: Proposal Request #10 
Respond By: 5/7/99 



PCC No. 



00002 



DATE: 4/28/99 
JOB: 99006 
ISSUE No.: 00061 
CONTRACT No.: 9906-08100 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 

Please review Proposal Request #10, for possible change in cost to your contract. You must notify Pence/Kelly 
within 2 days and submit cost within 10 days. 



Cost Impact: 



Time Impact: ^C^O 



Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels 



By: fe>.^> 
Date: 




rfunat^TMint 8yai*m5. Inc. 



Ml ^ ^ 



eiv~d: 8/23/99 10:06; 1-503-859-0512 -> PENCE KELLY; Page 5 

08/23/1999 09:54 1-503-659-0512 OREGON BUILDERS PAGE 
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2284A 




1239B 




1209 A 










Door No. 


Date: 8/20/9! 


Cost Proposal; PCC #2, PR #010 


Project: Courthouse Square 










[TOTALS 1 


407 Stop 


Kick Plate | 


Cylinder 


10G30 Lock 


3 - TA2714 Hinges 


Delete HW-51 




Add Closer 351 




Add Closer 351 




TOTALS 


1 - S88 Smoke Seal 


1 - 407 Stop 


Change ] 














i 






• 


i 






5 14.00 




$ 14.00 | 




% 70.00 ! 


i 




| Hollow Metal 




TOTAL OF CHANGE 


Mark Up & Profit 15% 


[ TOTAL OF MATERIAL | 






^> 

i 


t 


t 


i 








i 




r 




i 


i 


i 


| Wood | 




-a 

a 

cn 


$ (100) 


1 $ (9.00)1 


$ (18.00)| 


$ (75.00)1 


$ (12.75) 






$ 45.50 




$ 45.50 




$ 139.50 


$ 8.50 


$ 100 


[ Hardware 






1 








i 














» 


> 


</> 


1 Install 1 


f S 485.59 


1 S 63.34 


$ 422.25 




$ (115.75) 
















$ 59.50 




$ 59.50 




$ 209.50 






I Total 1 



Hft\ -10-99 HON 08:59 AH WESTERN PARTITIONS 



FAX NO. 15036245781 



P. 03 



WESTERN PARTITIONS, INC. 



e3O0 S.W. Hunziker Road 
TJgard. Oft 97223 
(503) G2(M500 



Project: 
Contractor: 
GC Ref. #'s: 
GC Super: 
Description: 



CHANGE ORDER REQUEST 

ATTN: DAVE HAYS 



SALEM COURTHOUSE SQR WPI JOB #: 

PENCE KELLY WPI COR # 

PCC #4, PR #10 Proparod by: 

STEVE SCHAAD 

REDUCE F IRE-RATING TO 1-HOUR AROUND LOBBY 
# 1240. 



99-05-3799 
6 

VICTOR ROACH 



OS/10/89 



DIRECT COST 
1. LABOR 



Frame & Layout 

Hang 

Tape 

Patching 

Insulation 

Acoustic Ceilings 

Carpentry 

Doors / Frames / Hdwre 

Supervision 

Clean f Slock / Truck 

Foiomao/FlekJ Eng. 

Project Management 

Premium Time Rate 

Double Time 



MAN HRS. RATE 

$ 50 OO/HR 
-50 $ 50.00/HR 

S 50.00/HK 
$ 50.00/HR 
$ 50.00/HR 
$ 50.00/HR 
$ 50.00/HR 
5 50.00/HR 
5 50.00/HR 
S 50.00/HR 
S 50.00/HR 
$ 4 8. OO/HR 
$ 20.0O/HR 
9 40.00/HR 

-SO SUBTOTAL 

r CArETYQO N TP;OL(4% : 
- ffON S UWU ai .S S ( 2S&) 



TOTAL LABOR COST 



2. EQUIPMENT & SCAFFOLD RENT 

DESCRIPTION 

1 

2 
3 
4 



3. MATERIALS 

DESCRIPTION 

1 GYPBOARD 

2 

3 

A 

G 



Tnonfc your for you: anention to those changes 
PlfcOSQ COli for any questions. 

Sincerely. 



TOTAL EQUIP. RENT 



OUAN 

•0208 



PRICE 

$0.20 



TOTAL 

10 00 
($2,500.00) 
$0.00 
SO .00 
$0.00 
$0.00 
50.00 
50-00 

so.oo 

$0.00 
SO 00 

so.oo 
so.oo 

$0.00 

<S2 ( 500.O0) 
($100.00 ). 
($50.00 ) 



TOTAL 

SO.OO 
$0.00 
50.00 
$0.00 



$0.00 



TOTAL , ^\ 

$0.00 
?0.00 
$0.00 r(l 
$0.00 " N 



1 1 , ga y ._ o o) 



15^ 



TOTAL AMOUNT THIS COR 



<S3,007.eO) 
($3,908.00) 



VICTOR ROACH 



ret- 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR 70; Transit Ops Room 



COR No. 



00141 



DATE: 2/22/00 
JOB: 99006 
ISSUE: 00261 



1 . Contract time being extended 
t£)-> Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/29/00 ) 



For work described below, we offer the following quotation. 



Provide Changes to Transit Operations Rooms per PR 70 and RFI 410 



Total Cost: 



$10,327 



35 





ccepted By: 



Pence*<elly Construction, Inc. - John Gremmels 



Date: 
Accepted By:_ 



Salem 



Date: 



Marion County 



Date: 



Billy Wasson 



Pro Management Systems, Inc. 
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eceived: 11/1 9/99 9:39AM 



503 585 74-77 - > PENCE KELLY 



NOV-19-99 FRI 09:43 Ml PENCE KELLY 

■COURTHOUSE SQUARE 
PROJECT NO. 9828 
PROPOSAL REQUEST NO. 70 
November 4, 1999 
Page 2 of 2 



FAX NO. 503 585 7477 



P. 01/05 



Contract Sum chang^add/(deci^t) (no oft^nge) 
Trme change (none) (increase) (deouct) 
"tilts Pioposal Request will be invalid after 



days 



Architect 



Contractor. 



ArbLicklfc Costlc Architects: Inc. Pence/Kelly Construction, Inc. 
363 State Street 2747 Pence Loop SE 

Salem, Oregon 97301-3530 S^Iam. Oregon 97302 



Owners: 

Marion County 
100 High Street NE 
Salem, Oregon 97301 



and Salem Area Mass Transit District 
3140 Del Webb Ave NE 
Salem, Oregon 97303-41 65 



By: 
Dale: 



By: 

Date: 



By. 



Oate: 



By: 



Date: 



UPON EXlXimON BY ALL THREE PARTIES. CONTRACTOR IS AUTHORISED TO PROCEED WITH THE WORK NOTED ABOVE: AND A FORMAL 
CHANGE ORDER WILL BE ISSUED. Roc 9628-11 A 




Received: 12/17/ 99 4:11 PM; 



541 342 7588 



PENCE KELLY : 



Dec 17 99 04: 13p 



Tony McLaren 



(541 ) 342-7588 



P- 1 



Fax 



Please deliver immediately to: 

of: 

Fax number: 
Voice number: 

Fax received from: 
of: 

Fax number: 
Voice number: 

Date: 
Time: 

Number of Pages: 
Subject: 



John Gremmels 

Pence/Kelly / Courthouse Square 

9-1-503-364-5382 

1-503-364-8332 

Tony McLaren 

Lane County Glass Inc. 

(541)342-7588 

(541)342-7588 

12/17/99 

4:12:53 PM 
1 

Courthouse Square / PCC 15 cost breakdown 



Message: 



John, The cost breakdown for PCC 00015 is: 

material costs $1 80.50 
labor $112.50 

Total $293.00 

Regards, Tony McLaren 



ece.lved : 11 /10/99 1 5 : 30 ; 

11/11/99 05:16 FAX 



- > PENCE KELLY; Page 2 



@02 



V/ESTERN PARTITIONS, INC. 



BC 00 S.W. Hunziher Road 
Ti |&rd, OR 07223 
(5 )3) 620-1600 



P x>ject; 
C >ntractor; 
G£ Ref. tf's: 
D iscription: 



Courthouse Square 
Pence / Kelly Construction, Inc. 
PCC#30/PR#70 

3) REVISE DOOR TYPE @ 1 182A 

4) FRAME FOR NEW WINDOW BETWEEN 1 173 AND 

5) CHANGE PARTITION WALL ROOM 1 1 73 



CHANGE ORDER REQUEST 

ATTN: Dave Hays ( P.M. ) ql 



WPI JOB #: 99-05O799 
WPICOR#: COR 2$ 

I by, Rogar Huirtsingtr 



DRECT COST 



\ LABOR 



Layout 
Frame 
Hang 

Tape 8. Finish 

Trims 

Patching 

Insulation 

Acoustic Ceilings 

ElFS 

Wood Installation 
Demolition 

Doors / Frames / H$#re 
Travel & Access Time 
Qiedn / Stock / Truck 
Working Foreman 
Project Management 
Premium Time Rats 
Doubls Time 



MAN HRS. 



2 
-1.6 
-1.5 



RATE 

5 48,59/HR 
S44.84/HR 
$ 44.84/HR 
J 44,64/HR 
$ 44.84/HR 
5 44.84/HR 
S4A54fHR 
$ 44.84/HR 
$ 44.84/HR 
$ 44.64/HR 
$ 44.84/HR 
S 44.64/HR 
S 44.84/HR 
$ 44.84/HR 
$ 49,59/HR 
$ 60.00/HR 
S 68.09/HR 

s bs.tt/hr 

SUBTOTAL 

TOTAL LABOR COST 



EQUIPMENT & SCAFFOLD RENT 

DESCRIPTION 



QTY. PWCE 



TOTAL EQUIP. RENT 



, MATERIALS 

DESCRIPTION 

400IC25 STUD 
[ 400ST25 TRACK 
I 400 Id 8 STUP 
I 400ST18 TRACK 
» 6/8 k SHEETROCK 



QTY. PRICE 

-02 $0,298 

-26 $0,264 

48 SQ.6SS 

26 $0,568 

-208 $0.3^0 

SO. 000 

$0 000 

$0 000 

$0 000 

o $0,000 



SUBTOTAL 

LABOR OVERHEAD/PROFIT 
EQUIPMENT O VERH EAD/P ROflT 
MATERIAL OVERHEAD/PROFIT 

TOTAL AMOUNT THI3 COR 



TOTAL 

$0.00 
$83.66 
($07.28) 
($67.26) 
SO 00 
$0.00 
50.00 
$0.00 
$0.00 
$0.00 
$0,00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 

(J44. B4) 



TOTAL 

$0 00 
$0 00 
$0.00 
$0.00 



TOTAL 

($27.23) 
($8,86) 
$31.44 
$14.77 
($64.46) 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 



10% 
10% 
10% 



10~Nov49 



($44.64) 



50.00 



($52.37) 



($97,21) 
(S4.48) 
SO 00 
($5.24) 

(S10693) 
($107,00) 



Received: 11/12/99 10:20AM; 



1 503 364 34 87 - > PENCE KELLY; Page 2 



Nov - 1 2 - 99 1 O : ZOA DAV I DSON ' S MASONRY 



1 503 364 3487 



P . 02 




PENCE/KELLY 

CONSTRUCTION, INC. 

274? P«nc« Loop SE, Salem, OR 97302 (503) 399-7223 
Portland <W3) 224-8681 Fax (503) 585-7477 

CCB # 63436 



Potential Change or Clarification 



TO: Darrel Evenson 

Davidson's Masonry 
PO Box 12394 
2295 Rural Ave SE 
Salem , OR 97302 

Project: Courthouse Square 
PCC Title: PR 70; Transit Ops Room 
Respond By: 11/16/99 



00017 



PCC No. 

DATE: 11/8/99 
JOB: 99006 
ISSUE No.: 00261 
CONTRACT No.: 9906-04002 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review PR 70; Transit Ops Room, for possible change in cost to your contract. You must notify Pence/Kelly 
within 2 days and submit cost within 10 days. 

Cost Impact: 



Time Impact: lj DA-y>5 



Please check box if no time AND cost impact: D 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels B V: ( %// J^u^V ( 




2Jk 



m<?/ii 



Pro Manag*m«nt fiy«l«ni*. Inc. 



All responses require signature 



Received: 1 1 / 1 2 / ©9 10:21AM; 1 503 364 3487 -> PENCE KELLY; Page 3 

Nov- 12-99 10:20A DAVIDSON'S MASONRY 1 S03 364 3487 



P . 03 



DAVIDSON'S MASONRY, INC. 

2295 Rural Av« S.E. 
MaiMng Address: P O. Box 123W. SaJem. Oregon 97309 

T«*©phono: 36M71S 
Fax: 364-3467 



M C M 8 



E R MASON CONTRACTORS ASSOCIATION 



Date: 



Attention: £>~4~xt^ <^g.£^*^ <l v 
To : QfrfJt-P. C*i»JfrTi 



Pro j ect : dbu.^/ 1 



l Q I*. -O ^ . » <^J* 



PROPOSAL SUMMARY 

MATERIALS $ 3-) V 3 f , QO 

§ 10% s 

LABOR $ ^04*4 . OO 

@ 1 B % $ ( ^(0O 

EQUIPMENT $ ^3^» 

@ 10% $ jl^PO 

* TOTAL ADD TO BASIC BID: $ 

SCHEDULE: ADD J\ _ days 
Thank You, 



CLIFF ROSELLE 



Received: 11/12/99 10:21AM; 1 503 364 3487 -> PENCE KELLY; Page A 

Nov- 12-99 10:21A DAVIDSON'S MASONRY 1 503 364 3487 



P . 04 



DAVIDSON'S MASONRY, INC. 



M '£ M 9 



2295 PluraJ Ave. S S. 
Majiing Address: P.O. 3o* SaJem. Oregon 97309 



MASON CONTRACTORS ASSOCIATION 

EXTRA WORK RECORD 
Project Name: CoiAfTft*^* ^Sag 



Dat 

C 



Customer: "^p^.KV IT \tL.fr Ooy Co^^"f , /2cAC."V ( i> « 

Descciotion of 
ork: 



Wo r k : ^LJU ft- L>r>*(. n ;/ P f) & Qo ( ^* lT)f^ ^ C~ 



■ * * * 



; LABOR 








f.Q'J GPMENT ' ;: r - 




. 
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COST SUMMARY ! 
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AMOUNT 


















. /«/ 
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A- * * -k V 'k * * ■ 



Comp I i\ ted Hy : 



,\u !.!*ior i. zed f}v : 



DM I Employe 



Cu s tome r Ro»u i e se n t: it t i ve 



Received: 12/ 8/99 1Q:41AM 



503 585 7477 



PENCE KELLY 



DEC-08-99 WED 10:44 AM PENCE KELLY 

12/08/1399 11:25 5836312790 



FAX NO. 503 585 7477 

NW INDUSTRIAL COflTIN 



P. 01 

PAGE 01 



I Pete 12-8-99 

I Number of pages jncfatttng coyy sh—1 1 

FROM: Northwest industrial 
Coatings, Inc. 

POBox 1570 

Oregon City, OR 97045 

Richard Muhlhauser 

Phone (503) 631-8254 
Fax Phone ($03) 631-2790 

Ice; 

REMARKS: □ Urgent g] For your review □ Reply ASAP □ Please Comment 
RE: DCC#0006 ADD $943 




FAX 



TO: John Gemmels 

Pence/Kelly 



Phone 503-399-7223 
Fax Phone 503-565-7477 



Received: 11/12/99 12:02PM; 



503 585 74 77 - >■ PENCE KELLY; Page 2 



'NOV 12-99 FRI 12:06 PM PENCE KELLY FAX NO. 503 585 7477 

11/12/99 12:22 KRIEGSCO MFG INC -» 503 585 7477 



P. 02 

m. 537 P02 



KR I EBSCQ MFO. I NC. 

f=»m O. SOX 
HUBfiARD, CJR 



PHONE: (503) 981-9083 



FAX l (369) 694-8165 



PRQPOSRL REQUEST RE8PONS 



DATE} Novombor 12, 1999 

TO» John tSremraels 

COMPANY: Penee/Kally Const. 



FROM i Karl Telschow 

PROJECT: Courthouse Square 



PR #70 



ITEM #6 i Provide wood trim (Maple) to asperate glass block 
from wall below curved partition wall behind 
Information Counter in Rm. 1173 



TOTPU COST FOR THE ABOVE, F.O.B. JOBSZTE: »1 ( 356.90 



EXCLUSIONS} » Painting or Finishing of any kind 

* BlockinQ/Baeking in Walls 

* Filling of Nail/Screw Holec in Exposed Finished Wood 

* Installation 



Signature > 



AUTHORIZATION TO PROCEED 



Date: 



<Writt»n Authorization To Procwad na^uirru ror Hurh To Begin.) 



□ 



♦ ♦ • 

NEBS Inc.. Groton. MA 01471. To Onfcr PHONE TOLL FREE 1 800 226-6380 



PROPOSAL 



Page No. 



I « 1 




OREGON ART TILI: INC 
PO Box 216 
Jefferson, OR 97352 



PROPOSAL SUBMITTED TO 

4^nrr,/Kfrl)( i C.on4r urhon TnT„ 

STREET ; I 

ClT\ STATE ann ZIP CODE * 



ARCHITECT 



DATE OF PLANS 



DATE 

Z-2Z- OO 



JOB NAME 



nrATiON ' 



JOB LOCATION 



3akm OS. Wo/ 



JOB PHONE 



Pacies 



We nereDy submit specifications and estimates for 



^n fh f.^r f ^c n ^rMmn LiL room — 



We Propose hereby to furnish materia! and labor — complete in accordance with above specifications, for the sum 'jf 

dollars (S . _ ........ ; 



"'■•'I : \»- >\ All ■,-„":'' . -.'fiplrlt.'i >r; i /jh m h i t,. ii itiV- ■■ 

'-i'"!.;'! pi. ii '!-,■■ ,'-!,.,. . (l '.;r. iln.'- ■' i'^/i.ll.i-f. 'rom .it>i'V; .p« ■' [In . 1 1 1 - t 
" ;: i 1 -- ulf:; ,r ^ (ll ,, r , jvr:TI* .iniJ will !n.",'Jfic in - : 

' "if ••'.lllM.ll- A, .iiji.'tTII.'Ml , : ''MJCItl <J[JI)M .lllkf. ]i i flint , 

■ f>i C)/;iii'[ \<, .,--/ In,- !<mu<I'. i' 'J wil w - n< ny (■.ui.ifh.' Mi 
'J In //• J- iii.ii i ' „iln .ii i! . • j r n « - 



AllH" 



I j« ill- I hr, f jfiip(j , ,.il in- iy I)'; 
Arillwli.ivu: nv l. ■. il [!'>' within 



Acceptance of Proposal 



,!!,<,/<■ pr« i'-, ,p' L < tln..ilMHi 





PENCE/KELLY 

CONSTRUCTION, INC. 



2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB# 63436 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #80; Entry Gate & Barrier Arm 



COR No. 



00176 



DATE: 12/13/99 
JOB: 99006 
ISSUE: 00287 



1 . Corrttaet time being extended 
P<y ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/6/00 ) 



For work described below, we offer the following quotation. 



Provide changes to Parking Garage Entry Gate and Barrier Arms per PR #80 



Total Cost: 



($499) 




Pro Management Systems, Inc. 
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PENCE/KELLY 

CO! ' V—;iJCTION, INC. 

2747 F, - .oop SE, Salem, OR 97302 (503) 399-7223 
Pom. v. ; ;• 224-8681 Fax (503) 585-7477 

CCB*:- .5 



Potential Change or Clarification 



TO: Tony Cr- 

Outdoc- 
2738 1£;-. 
Salem, ' 



PCC No. 



CO. 
-at SE 

7302 



00001 



Project: Courthouse Square 

PCC Title: P" /.-3C; Entry Gate & Barrier Arm 

Respond Ey 0/99 



DATE: 12/13/99 

JOB: 99006 

ISSUE No.: 00287 
CONTRACT No.: 9906-02710 



The for rg Change Clarification Request is being considered. 
Please spond within five (5) days with any cost or time impact. 



Please review PR £30; Entry Gate & Barrier Arm, for possible change in cost to your contract. You must notify 
Pence/Kelly w-'hv, ? * 3 y S anc j SUDm jt cost within 10 days. 



Cost Impact: kiudl* L '33 ft - 
Time Impact: AJQ C)ft/hJ^€ 



Please chi 
INCLL 

Issued L < 



;f no time AND cost impact: Q 

S FORM WITH ALL BACKUP INFORMATION 



^ in Gremmels 



Pro l/anagoment * 

WZ 'd 5619'Of 



< -1,^ DC '-'). 




2 oBBd :a-1-!3>< 30N3d 



All resnonses renwire sinnatnrp 

ONI 03NV1S Hdn:S 66 61 ■ • 3SQ 



JwdBfr:^ 86/e2/S I :peAT©oey 



FAX TRANSMISSION 



Outdoor Fence Co. 

2738 19th Street S.E. 

Salem, Oregon 97302 
Phone: 503-399-1934 
Fax: 503-399-8931 



Subject: PCC 02 & 03 

# of Pages: 3 (Including this cover page) 



John, attached are the price change requests. I tried to breakdown the figures and 
include the exclusions where pertinent. Also, to clarify the change to eliminate 
the card reader and access cards for the parking gates, this is a deduct of $640.00 
fi^mjhe jDrigirial contract price. Please call if you have questions or need more 
information. Thank you. ' 

Tony Grenz 



To: 



John Gremmels 
Pence Kelly Const. 
364-5382 



From: 



Tony Grenz 



Date: 



February 28, 2000 



6/1 -d Q5 1 8 ' on 



"ONI OONViS 



in 74 7 9519 -> 



PENCE KELLY; Pago 3 



FR0 M : RELIABLE FABRICATION a RENEUAL PHDNE^O. ^ ^ 
TSV^Ii.^rF.r"" Ar: ^541 747951 9 

PENCE/KELLY 

CONSTRUCTION. INC. 

1747 P»not Loop SB, Utam. Oft 17303 (SOS) 3M-722S 
P»4and(»»)3aUtt1 Dm <WJ) 886-7477 

COB««MW 



^1 747 9519 14 1999 10:23AM P3 

541 747 9519 ft _ i3 ^ p age , 




Potential Change or Clarification 



TO: Chuck Howe 

Reliable Fabrication & Renewal 
P.O. Box 70125 
Eugene, OR 97401 

Project: Courthouse Square 

PCC Title: PR #80; Entry Gate & Barrier Arm 

Respond By: 12/20/99 



PCC No. 



00043 



DATE: 12/13/99 
JOB: 99006 
ISSUE No.: 00287 
CONTRACT No.: 9906-06120 



The following Change Clarification Request Is being considered. 
Please respond within five (5) days with any cost or time Impact. 



PR #80; Entry Gate & Barrier Arm, for powlble change In cost to your contract. You must notify 



Pence/Kelly within 2 days and submit cost within 10 days. 



Cost Impact: ^^5*5^- - 



Time Impact: *}2. /wA*> h£.S 



Please check box if no time AND cost impact □ 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gfg m mels 




All responses require signature 



_ , , , -, , , » - ^ i tz iM^t rktLLY; Page 2 

FROM : RELIABLE FABRICATION & RENEUAL PHONE NO. : 541 747 9519 Dec. 14 1999 10:23AM P2 

bent. By: wfcwut k.cL^; sU3 ytJA b382 ; Dec-13-96 8;27AM; Pag© 3/4 



COURTHOUSE SQUARE 
PROJECT NO. 9629 
PROPOSAL REQUEST NO. 71 
November 15, 1999 
Page 2 of 2 



Contract Sum change {ady( J e duu) (no uh a npu) 

Tim* change $mm) flucreasj ) (dedtrct) 

Thb Proposal Request wl! be invalid after ^ ^ ^ 



Arcntect: 



Contractor 



Own era: 



Artouckle Costic Arohiteote, fno, Ponce/Kelly Cottrtmctton, Inc. Marion County 
363 State Sfreet 2747 Penoe Loop 9E 1 00 High Stwt NE 

Salem, Oregon 07301-3633 Salem, Oregon 57302 



salem, Oregon 97301 



a/tf Satem Araa Mass Transit District 
3140 Wabb Ave NE 
Salem. Oregon 97303-4165 



By: 
Date: 



^By: 
Date: 



Date; 



JSy: 
Date: 



UPON KXSCUTON BY ALL THKEZ PAfiTti**, CONTRACTOR IS AUTHORIZED TO PROCEED WITH THE WORK NOTED AfiOVt AiiO A FORMAL 
CHANG! ORDER WILL BE ISSUED. File: 9828-1 1A 



■ — r-tri\»k>tr rvt L. L Y ; t-'ago A 



FROM : RELIABLE FABRICATION 8, RENEUAL PHONE NO. : 541 747 9519 



Dec. 14 1999 10:23AM P4 
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Received: 12/14/99 9:20AM; 541 74 7 9519 -> PENCE KELLY; Page 

FROM : RELIABLE FABRICATION & RENEWAL PHONE NO. : 541 747 9519 Dec. 14 1999 10:24AM P5 
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Received: 13/21 / 99 1 O : 24AM 



DEC-21-99 TUE 10:26 AN PENCE KELLY 

12/21/1999 11:13 5036312793 



PENCE KELLY: Pape 1 



FAX NO. 503 585 7477 

NW INDUSTRIAL COATIN 



P, 01/01 

PAGE 01 



FAX 



l 



Data 



12-13-99 



TO; 



Pence/Kelly 



I 



PhOna 503-224-8681 
Fax Phono 503-585-7477 



CC: 



FROM: Northwest Industrial 
Coatings, Inc. 

PO Box 1570 

Oregon City, OR 97045 

Richard Muhlhausar 

Phonm (503) 631-8254 
Fan Phone (503) 631-2790 



■ , i 



REMARKS: □ Urgent H Foryourmfo* □ Reply ASAP □ Pleas* Comment 



RE: PCC #00009 ~* 

ADD $1,080 
Material $ 205 

Equipment $ 86 
P&O $108 
Labor $ 680 

6AT^ tufted o^t 
7 



DEC 1 3 f99g 




ALBANY REGIONAL OFFICE 



ELECTRICAL 



CONSTRUCTION CO. 

December 28, 1999 



John Gremmels, Project Engineer 
Pence / Kelly Construction, Inc. 

P.O. Box 4 109 

Salem. OR 97302-8109 

RE: Courthouse Square PR-80 Add Card Reader to Gate 1276-B 
EC Change Request # 62759-042 

Dear John, 

We are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions. 



Our price for this additional work is $ 2036.00 

Additional Contract time required Days 

The scope of the additional work to be performed consists of the addition of (1) Card Reader located at Gate 

• 1276-B as described in the proposal request. Our pricing does not include the loops installed in the 
concrete pavement the close feature with timef^or the safety reverse feature^ Our understanding is that 
these features are provided and connected by the gate svstem installer. 

Please note that prior proposals which added conduit for the Gate Controller and the Card Access System 
did not provide the Card Reader or wiring at this location. 

Conditions of this proposal are as follows: 

• Pricing is based on normal working hours; 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me. 



Sincerely, 




Craig Davis 
Project Manager 



[-CCR* 12345-01 

32758 Old Hwy 34 S.E. • PO. Box 925 * Albany, Oregon 97321 • Telephone (541) 926-4266 • (800) 598-4266 • Fax (541) 926-4268 

www.e-c-company.com • OR CCB# 49737 



CHANGE ORDER ANALYSIS 

Summary Sheet 

Card Access (S) Gate 1 276-B DATE: 10/29/99 

COMPANY 

CO # 42 EC Proposal # : 62759-042 

Owner's Ref. #: pr-80 

A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; $ 2,036.00 

B. Scope to be performed: 

1 . See attached documents 



Cost 


Summary. 






1. 


Total Material Cost (see back-up) 


$ 


778.00 


2. 


Total Burdened Labor Cost (see back-up) 




1,073.00 


3. 


Subcontractors Cost (see back-up) 




0.00 


4. 


Equipment Cost (see back-up) 




0.00 


5. 


Other Miscellaneous Costs (see back-up) 




0.00 


6. 


Small Tool allow % of item 2 






7. 


Record Drawings and Submittals 






8. 


Warranty Work 0.00 %of direct expenses 






9. 


Overhead 10 % 




185.10 


10. 


PROFIT at % 






11. 


B&O Tax % WA only 






12. 


Sales Tax 0.00 % 






13. 


Bond 0.00 % 




0.00 




TOTAL PRICE THIS CHANGE ORDER 


$ 


2,036.10 




This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 

Craig Davis PM 



Authorized Agent 



CO# 42 

(X)Ficld ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 

PAYROLL TAXES 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 

BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 

Project Manager 

Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 

LABOR TOTAL 



CHANGE ORDER ANALYSIS 



23.00 $ 
2.30 



23.00 $ 
2.30 



25.30 



Date: 10/29/1999 



Cost 



968.76 
104.79 
0.00 
$ 1,073.55 



0.00 $ 0.00 

0.00 0.00 
0.00 



0.00 $ 0.00 

0.00 0.00 
0.00 



$ 1,073.55 



$ 1,073.55 



LABOR COST SUMMARY 

EC Proposal # : 62759-042 



Owner's Ref. #: PR-80 



Total 

Hours Rate 



23.00 $ 42.12 
2.30 45.56 

49.00 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 42 



EC Proposal # 
Owner's Ref. #: 



62759-042 



PR-80 



Material 

1. 
2. 
3. 
4. 
5. 
6. 
7. 
8. 



10. 
11. 

12. 
13. 
14. 



Material (see back-up) 



#of 
Units 

1.00 



Unit 
Cost 
Each 
778.00 



Cost 



778.00 



Freight 



Waste and Spoilage 



Subtotal Material Cost 

Sales and other Taxes 

Shipping, Storage, Distribution (a, 

Restocking 



778.00 



/O 



TOTAL COST OF MATERIALS 



778.00 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
12-28-99 10:32 Pg : 1 



FENCE / KELLY CONST 



MATERIAL LABOR 



PART NUMBER 


DESCRI PTION 


COUNT 




UNIT 


EXTENDED 




UNIT 


HOURS 


BIT ITEM 


SYSTEM 








ESTIMATOR 










ECCR-42 


PR- 80 COMBINED 








CRAIG 










*** Breakout 


Multipliers: Count = 


Material Cost = 


. 00; 


Labor Hours = 


. 00 










52~33 


SCANNING CARD READER 


1 




450 . 000 E 


450. 00 










S2~35 


READER CONTROLLER 


1 




300 . 000 E 


300. 00 










C2S0AL81709 


22/4 SHLD b8723 


200 




137.500 M 


27.50 


12 


.000 


M 


2.40 


9633NE00110 


SECURITY PNL TERMINATIONS 


1 










.200 


E 


.20 


5633NE00200 


TEST SIGNAL DEVICE 


1 










.150 


E 


.15 


9633NE00230 


LAYOUT /HOLE SAW DOOR 


1 




.150 E 


. 15 




.350 


E 


.35 


9633NE01025 


SCANNING CARD READER 


1 








5. 


. 000 


E 


5. 00 


9633NE01050 


READER CONTROLLER 


1 








7. 


. 000 


E 


7. 00 


9633NE01200 


MASTER CONTROLER 


1 








8. 


. 000 


E 


8.00 


Total 










777.65 








23.10 




Grand Totals: 








778. 00 








23 . 10 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB n 63435 



c 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



COR No. 



00184 



DATE: 12/28/99 
JOB: 99006 
ISSUE: 00283 



Project: 
COR Title: 



Courthouse Square 
PR #77 VOC Monitor 



1 . Contract time being extended 
( J0f) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/2/00 ) 



For work described below, we offer the following quotation. 



Provide two VOC sensors, one at each of the return air shafts. Sensors to be wired to units. Value will be an 
alarm at the BMS during high VOC conditions. 



Total Cost: 



$4,915 




Pro Management Systems, Inc. 
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Hecolvocl: 2/29/00 9:02AM; 



02/29/00 09:59 FAX 503 364 2276 



ORE CASCADE INC. 



C2l 001/003 




GON / 

CADE ( 



OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 

MECHANICAL CONTRACTORS 




1728 - 22ND ST. S.E. 

P.O. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE (503) 588-0355 
FAX (503) 364-2276 



February 29, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 26 2nd Revision 
PCC #42 & per direction 



Attn: John Gremmels 

Below please find revised cost breakdown for labor and material to add VOC sensors per PCC the 
attached Trane description. 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor: 



Foreman 
Labor 

Delrv. & Recv. 



0.00 $52 
0,00 $49 
0.00 $23 



Material: 



$ 
$ 
$ 
$ 



OTHER: 



SUBS: 



Control Sub. (see attached) 



4.252.00 



10% Profit and OH 



If you have any questions please call 



$ 

Total Add: $ 



425.00 
4,677.00 



Sincerely, 



Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



Received: 2/29/00 9:03AM; 503 364 2276 - :> PENCE KELLY; Pago 2 

02/29/00 09:59 FAX 503 364 2276 ORE CASCADE INC. n, nft9ynM 

v^.cwuu j.*:;,;, m 503 639 1454 _ TRANE COMPANY LG1002/003 

~ ® 001 



FAX Transmittal TRANEOREGON 



The Trane Company P.O. Box 23579 

A Division of American Standard tnc Tigani, OR 97281 

Lb Crosso Wt 7257 S^W, Kable Lane 

Portland, OR 97224 

TEL 503-620-8031 
FAX 503-639-1454 



Date: February 28, 2000 

To: Dick Vogt 
Company: Oregon Cascade 
Fax: 503-364-2276 

RE: PCC #77 VOC sensors 
JOB: Salem Courthouse Transit Mall 
From: Mark Mills 

NUMBER OF PAGES SENT INCLUDING THIS SHEET: 2 

Dick, 

Here are the revised new costs for PR #77 VOC sensors to only have 2 VOC sensors for each 
return air. 



Price to install, program, wire and commission 2 VOC sensors. 
1 located in return air riser for AC-1/2 
1 located in return air riser for AC-3 

Sensors to be wired to units. Value will be alarm at the BMS during high VOC conditions. 

Total price $ 4252.00 

This includes all necessary control devices, electrical material and labor. 

See attached breakdown of pricing. 



Pricing valid for 45 days. 



Best Regards 
Mike Nopp 



Monday, February 28, 2000 
1 



Trane FAX Transmittal 



FILE: ORCASCD 



Page 



R oce i vecl : 2 /29/00 9 : 03AM ; 503 364 2 2 ~/Q - >■ PENCE KELLY ; Pnge 3 

02/29/00 09:59 FAX 503 364 2276 ORE CASCADE INC, 12)003/001 

uu « uw kajl 503 639 1454 _ TRANE COMPANY ^UUJ/003 



Pricing Breakdown 

Project; Salem Courthouse 



Date: revised 2-28-00 

Subject: PR #77, VOC sensors 



subcontract 
















task/description 


unit cost 


quantity 


total cost 


mark-up 


sell price 
















material 


tsp #18 wire 


$ 0.25 


300 


$ 75.00 


1.10 


$ 83 




connectors/term. 


$ 430 


2 


$ 8.60 


1.10 


$ 9 


labor 


pull and install 


% 51.00 


30 


$ 1,530.00 


1,10 


$ 1 ,683 












































Tran© 


















unit cost 


quantity 


total 






labor 


engn 


$ 46.00 


4 


$ 1 84.00 


1.10 


$ 202 


labor 


proj mgmt 


$ 46.00 


4 


S 184.00 


1.10 


$ 202 
















labor 


prog, and comm. 


$ 46.00 


12 


$ 552.00 


1.10 


$ 607 
















labor 


install 


$ 46,00 


12 


$ 552.00 


1.10 


$ 607 


material 


VOC's 


$ 390.00 


2 


$ 780.00 


1.10 


$ 858 


























TOTAL 


$ 4,252 



Note: 

Previous pricing assumed that the 3 discharge air VOC's work would be performed 
by Trane, these are now deleted. 



The 2 return air sensors were and are to be wired by electrical sub., therefore no change in price 
Travel is include in Trane labor. 



AU 


PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 

Portland ffi03i 254-8631 Fax (503) 585-7477 
CCB# 63436 


| Change Order Request 




TO: Craig Lewis COR No. 


00193 



Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 362; Increased Column sizes 



DATE: 1/13/00 
JOB: 99006 
ISSUE: 00218 



1 . Contract time being extended 
( Of) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/2/00 ) 



For work described below, we offer the following quotation. 



Provide for Increased Column Sizes per RFI 362 



Total Cost: 



$474 



Accepted By: 




Date: 

Accepted By: 



Pence/Kelly Construction, Inc. - Dave Hays 



SalerrlArda Transit - John Wittington 



Date: 




Reviewed By 



Marion County 



Wasson 



Date: 



3| a I 



Pro Management Systems. Inc. 
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12-31-1999 9:01AM FROM C/J REBAR. 150335302/19 



//// 



Portland 

20572 South Upper Hightand Road 
OaaivtrcFMk. Oragort 970O4 



C & J Re bar, Incj KSSgSSS" 



WATS 1-800^0^2330 

Reinforcing Iron ItttttallMion 



DATE: 12/31/99 

PROJECT MODIFICATION 



JOB: Courthouse Square 
CONTRACTOR: Pence/Kelly Construction, Inc. 
ATTN: Dave Hays 
FAX: (503) 364-5382 



EXPLANATION OF CHANGE: PCCtt 00079 RFtit 362 

Column at C/3 at 3rd floor was changed from 12"x12" to 12'x18" [ 



ADDED REBAR: 202# 
ADDED DETAILING: 1hr 



FABRICATOR CZO#: 40B AMOUNT: $110.00 

C&J REBAR LABOR: 2.5 hrs % $5340/hr AMOUNT: $133.50 

MARK-UP: AMOUNT: $24.35 

TOTAL: $267.85 




•Signature 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #85; Change Hand Dryers 



COR No. 



00194^ 



DATE: 2/25/00 
JOB: 99006 
ISSUE: 00298 



1 . Contract time being extended 
( O ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/22/00 ) 



For work described below, we offer the following quotation. 



Provide Paper towel dispensers/receptacles instead of Electric Hand Dryers per PR #85. The three remaining 
hand dryers (Toilet 1143, 1144, 1154) will be provided per the specification upgrade per PR #66. 



Total Cost: 



($4,997) 




Pro Management Systems, Inc. 
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ALBANY REGIONAL OFFICE 



ELECTRICAL 

CONSTRUCTION CO. 

March 15, 2000 



John Gremmels, Project Engineer 
Pence / Kelly Construction, Inc. 

P.O. Box 4 109 

Salem, OR 97302-8109 

RE: Courthouse Square PR-85 Delete (32) electric hand dryers. 
EC Change Request # 62759-047 

Dear John. 

We are pleased to provide our quotation for the above referenced additional work. Our price is limited to 
electrical work specifically called for in the Architect's/Engineer's instructions, and is based upon PR-85. 



The scope of the additional work to be performed consists of the deletion of (32) electric hand dryers and 
the associated electric connection. The hand dryers were provided by others, wired by EC Company. 

Conditions of this proposal are as follows: 

• Pricing is based on normal working hours; 

• This proposal is valid for 30 calendar days following the date of this letter. 

We trust this meets with your approval and await your response. If you have any questions or require any 
additional information please contact me. 



Our price for this additional work is. 
Additional Contract time required 



S (3,355.00) 
...0 Days 



Sincerely, 




Craig Davis 
Project Manager 



HCCR # 62759-047 



Hwy. 34 S.E. • PO. Box 925 * Albany, Oregon 97321 • Telephone (541) 926-4266 • (800) 598-4266 • Fax (541) 926-4268 

www.e-c-company.com • OR CCB# 49737 



CHANGE ORDER ANALYSIS 

Summary Sheet 

Delete (32) electric hand dryers DATK: 03/1 5/00 

COMPANY 

COtt 47 

A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15: 

B. Scope lo be performed: 

1 . See attached documents 



C. Cost Summary; 



1. 


Total Material Cost (see back-up) 


$ 


(292.00) 


2. 


Total Burdened Labor Cost (see back-up) 




(2,758.00) 


3. 


Subcontractors Cost (see back-up) 




0.00 


4. 


Equipment Cost (see back-up) 




0.00 


5. 


Other Miscellaneous Costs (see back-up) 




0.00 


6. 


Small Tool allow % of item 2 






7. 


Record Drawings and Submittals 






8. 


Warranty Work 0.00 % of direct expenses 






9. 


Overhead 10 % 




(305.00) 


10. 


PROFIT at % 






11. 


B&O Tax % WA only 






12. 


Sales Tax 0.00 % 






13. 


Bond 0.00 % 




0.00 




TOTAL PRICE THIS CHANGE ORDER 


$ 


(3,355.00) 




EC Proposal # : 627594)47 
Owner's Ref. #: PR-85 



$ (3,355.00) 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company Authorized Agent 

Craig Davis PM 



CHANGE ORDER ANALYSIS 



Date; 3/15/00 



LABOR COST SUMMARY 

CO# 47 EC Proposal # : 62759-047 

(X)Ficld ( )Shop Owner's Ref. #: PR-85 



Total 

Hours Rate Cost 

DIRECT LABOR WAGE 

Electrician (see back-up) (59.00) $ 42.12 $ (2,485.08) 

Field Foreman (6.00) 45.56 (273.36) 

General Foreman 49.00 0.00 

Subtotal Direct Labor Cost $ (2.758.44) 

PAYROLL TAXES 

Electrician (see back-up) (59.00) $ 0.00 $ 0.00 

Field Foreman (6.00) 0.00 0.00 

General Foreman 0.00 
Subtotal Payroll Taxes/Benefits 

BENEFITS 

Electrician (see back-up) $ 0.00 $ 0.00 

Field Foreman 0.00 0.00 

General Foreman 0.00 
Subtotal Payroll Taxes/Benefits 

Project Manager 



Subtotal Labor Cost $ (2.758.44) 

Subsistence, Per Diem, and Parking 

LABOR TOTAL (65 00) $ (2,758.44) 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 47 



EC Proposal # : 
Owner's Rcf. #: 



62759-047 



PR-85 



Material 



#of 
Units 



Unit 
Cost 
Each 
(292.00) 



Cost 



Material (see back-up) 



(292.00) 



2. 

3. 

4. 

5. 

6. IZZZ^ ZZZIIZZZI 

7. 

8. 

9. 

10. 

11. 

12. 

13. Freight 

14. Waste and Spoilage 

Subtotal Material Cost $ (292.00) 

Sales and other Taxes 

Shipping, Storage, Distribution @ % 



Restocking 



TOTAL COST OF MATERIALS 



$ 



(292.00) 



Electrical Construction Co. 



JOB: 19063 Mat 


= Bid Lab=Stdl 


BID TAKE 


-OFF 


D E T A 


I L S 


* 










COURTHOUSE SQUARE 08-06-99 


03-15- 


00 12:22 
















PENCE / KELLY 


CONST 




























MATERIAL 














PART NUMBER 


DESCRIPTION 


COUNT 


UNIT 


EXTENDED 




UNIT 






============= 


================================= 


====================== 










= = = = 


™ = = = ,™, = „ a 






BID ITEM 


SYSTEM 








ESTIMATOR 










ECCR-47 


PR- 8 5 HAND DRYERS 








CRAIG 












01300034605 


12/2 MC CABLE W/ GREEN GROUND 


-650 


283 . 590 


M 


-184 


33 


35 


.000 M 


-22 




12 001002001 


1/2" EMT CONDUIT 


-150 


12 . 746 


C 


-19 


11 


4 


.500 C 




7 f 5 


23007014261 


1/2" EMT 1 HOLE STRAP 


-25 


5 . 934 


c 


-1 


48 


4 


. 000 c 




:10 


2400TB00302 


1/2 "TITE-BITE" STR BOX CON 


-50 


75 . 591 


c 


-37 


79 


12 


. 000 C 


-6 


')0 


2710RC00194 


4" SO BOX 1-1/2" D W/SIDE BRKT 


-33 


96 . 570 




-31 


86 


30 


.000 C 


-9 


90 


2710RC00769 


4IN 1G MUDRING 1/2 RAISED 772 


-33 


45 . 337 


c 


-15 


12 


15 


.000 C 


-4 


95 


65303072020 


#8 x 3/4" PAN HD TAP SCREW 


-50 


4 .530 


c 


-2 


26 


15 


.000 c 


-7 


50 


Total 










-291 


99 






-58 


35 




Grand Totals : 








-292 


00 






-58 


85 



/ on 



(JAM 



im rjc;( ki i i y 



FEB-25-00 FRI 09:48 AM WESTERN PARTITIONS 



FAX NO. 5036242725 



P. 01 




Western partitions, Inc. 



February 25,2000 



WPI Serial Letter #060 



Dave Hays, Project Manager 
Pence / Kelly Construction, Tnc. 

2747 Pence Loop SE 
Salem, Oregon 97302 



Via Facsimile Only 
503-364-5382 



RE: Courthouse Square, Salem, Oregon 
P/K Job H 99006 
WPI Job # 99-05-3799 



SUB: COR 40-R / PCC 34 / PR 85 



Dear Dave: 



Upon review of the above subject PCC # 034 and discussions with John, wc have reduced the number of paper 
dispensers to 16 rather than 33 and find the following revised cost impact to our work: 



The following clarifications apply: 

• Includes framing for new paper towel dispensers and culling sheetrock to fit. 

• Does not include any edge metal around opening. 

• We reserve the right to reevaluate impacts should future adjustments be made to this work, or should the 
described work be performed out of normal construction sequence causing added costs and/or delay to our 
scope of work. 

Should yon have any questions, please do not hesitate to call. 
Best Regards, 

WESTERN PARTITIONS, INC. 



ADD 



$ 1,038.00 



ONE(1) DAY TIME IMPACT 




Project Manager 



cc: 




8300 SW Hunziker Road, Tigard OR 97223 
Phone: 503-620-1600 • Fax: 503-624-5781 

OR: 60330 • WW: WSSTEPI172P6 



Received: 2/25/00 Q:SOAM; 



5O30242725 



PENCE KELLY; 



Page 2 



FEE-25-00 FRI 09:48 AH WESTERN PARTITIONS 



FAX NO. 5036242725 



P, 02 



WESTERN PARTITIONS, INC. 



6300 S.W. Hunziker Road 
Tigard, OR 97223 

(503) wo-ieoo 



Project: 
Contractor: 
GC Ret #'s: 
Description: 



Courthouse Square 

Ponce / Kelly Construction, Inc. 

PCC#34, PR #85 



CHANGE ORDER REQUEST 

ATTN: Dave Hays ( P.M. ) 



WPI JOB #: 99-05-3799 
WP!COR#: COR40-R 

Prepared by: Roger HuntsJnger 24-Fob-00 



FRAMING AROUND 33 NEW PAPER TOWEL DISPENSERS. CUT SHEETROCK TO FIT. 
DOES NOT INCLUOE ANY EDGE METAL AROUND OPENING 

PER JOHN, 33ea AIR DRYERS ARE BEING REMOVED AND REPLACED WITH 16 TOWEL DISPENSERS 
THIS PROPOSAL (S REVISED TO INCLUDE ONLY 16 PAPER TOWEL DISPENSERS, 



DIRECT COST 



1, LABOR 



MAN MRS, 



Layout 

Frame fl 

Hang a 

Tape & Finish 

Trims 

Patching 

Insulation 

Acoustic Ceilings 

EIFS 

ROturn to floorg. 1, 2, 3 3 
Demolition 

Doors / Frames / Hdwre 
Travel & Access Time 

Clean /Slock /Truck 1,5 
Working Foreman 1 
Project Management 
Premium Time Rate 
Double Time 



RATE 

$ 48.59/HR 
$ 44.84/HR 
$ 44.84/HR 
$ 44.84/HR 
$ 44.84/HR 
$ 44.84/HR 
$ 44 64/HR 
$ 44.84/HR 
5 44.84/HR 
$44,84/HR 
$ 44.84/HR 
5 44.84/HR 
$ 44.84/HR 
$ 44.84/HR 
$ 40.59/HR 
$ 60.00/HR 
$ 68.09/HR 
$85.77/HR 



2- EQUIPMENT & SCAFFOLD RENT 

DESCRIPTION 

1 
2 
3 
4 

3. MATERIALS 



i 

2 
3 
4 
5 
6 
7 
8 

9 

10 



DESCRIPTION 
400IC20 
400WT20 
MISC 



SUBTOTAL 



TOTAL LABOR COST 



OTY. 



TOTAL EQUIP, RENT 



QTY. 
222 
SO 
1 











PRICE 



PRICE 
$0,514 
$0,518 
S1 5.000 
$0,000 
$0,000 
$0,000 
$0,000 
S0.000 
$0,000 
$0,000 



SUBTOTAL 

LABOR OVERHEAD/PROFIT 
EQUIPMENT OVERHEAD/PROFIT 
MATERIAL OVERHEAD/PROFIT 



TOTAL 

$0.00 
$358.72 
$179.36 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 
$134.52 
$0,00 
SO.OO 
S0.00 
$67,26 
$48.59 
SO.OO 
$0.00 
$0.00 

$788.4$ 



TOTAL 
$0.00 
$0.00 
$0.00 
$0.00 



TOTAL 
$114.11 
$25.90 
$15.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 
$0.00 



10% 
10% 
10% 



SfSa.45 



$0,00 



S155.0T 
$943.4C 

$78.0S 
$0.00 

$15.60 



TOTAL AMOUNT THIS COR 



$1.037.80 
$1,038.00 



FROM : I TMFNU 

* b9nt by: Ktmue i , 



FAX NO. : 503 626 3568 

UUU >mm ' - - — — j 



Jan. 31 2000 01: 18PM p\ 




685-T4T7 



Potential Change or Clarification 



TO: Scott Shaffer 



PCC No. 



00006 



Interior Technology 
6775 S.W. 111th Avenue 
Beaverton, OR 97005 



DATE: 1/21/00 



JOB: 99006 



Project; Courthouse Square 

PCC Title: PR #85; Change Hand Drivers 



ISSUE No.: 00298 
CONTRACT No.: 9908-10800 



Respond By: 1/28/00 

The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 

Pleaee review PR #85; Change Hand Drivers forTawd Dispensers, for possible change In cos; to your contract You 
must notify Pen»/Kel1y within 2 days and submit cost wlttiln 10 days. 



G-Oro, DO^> K-reS Qg^&C VgZJFWOlzr 3Z 



Coat Impact: ^ 



Time Impact: 



Pleaso check box if no time AND cost Impact: □ 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 




All responses require signature 



FROM : ITriFNU 



FAX NO. 



Feb. 17 2600 09: Ufifl Pi 



W A SHRO () M A C C K J> S <> R I F. S 
T K C H N I C: A ! I) ATA 



TOWEL DISPENSER/ 
WASTE RECEPTACLE 

^Mode! 234 - Recessed Brack 

□ Model 234-10 - Semi-recessed 
(recesses T, projects 6-1/2") 

□ Mode! 234-11 - Surface Mounted 
(projects 8-1/2") 







r 

(76mm| v. 


18- rty. 


{mmm\ I 


(114 mm} 


i 


{5*4 rnm) 1 












HINGED C0VSB 35 



WNGCO ami mnt 
tViti fU/ 0001 -iS 



|p<ttumeni No. 813 1 



MODEL 234 



WWW «| ^J^g 

I far**.**. 



a. 



CONSTRUCTION: 

• FIANCE footed of fyp, 304 (13.3), ?2 goo , e tfamioss !( «| w„h mmd -urf«« 

r^rsr' 01 :o,,n rmh wdded »-"■» 

• OOOR(ab,i ( oredoltype304(]3.a),l8gou9e !tB inl« SJ reel. Worp „.h 
full length piono hinge and tumbler lock teyed like other Bradley units 

• m!?„ D ' 5 T ER '° bf " 0,8d °' ^ 304 l' 3 " 3 '' 22 W «<"<^ 
KoJiet! 9dge on dispenser opening. 

• WASH CONTAINER fabrkoled of rype 304 (T8-3), 22 gouge Unless siee*. All uded 
tanslrucnon. Secured to cabinet w,rh tumbler lock keyed like other Bradley units. 
LINER (optional) fabricated of heavy duty stitched vinyl with brass grommers. 
CUP DISPENSER (oprional) fabricated of type 304 (13-8), 22 gauge stainless steel. 

HINGED COVER (oprional) fabricaled of type 304 (18-3), 22 gauge ifoinless sled wiih 
exposed surfaces in architectural sarin finish. Heavy dury stainless steel piano hinge. 

• PUSH FUP DOOR (optional) fabricated of type 304 (18-3), 22 gauge stainless 
steel with exposed surfaces in architectural satin finish. Heavy duty stainless steel 
piano hinge. Self-closing flop door is embossed "PUSH*. 

CAPACITY: 

Towel Dispanser-300 multi-fold or 600 C-fold paper towels; Waste Confcmer-12 gal. 
(1.6 cu. ft.); Cup Dispenser (optionol)-lOO 3-oz. cups. 

OPERATION: 

Towel dispenser holds multi-fold or C-fold towels wirrrour use o/ special adaptor./' 
Optional vinyl liner removable for servicing by unlocking waste container. 

INSTALLATION: 

Recessed unit requires rough wail opening 15-3/4"W x 54-5/8"H x 4"D (Semi-recessed um'f 
only 2" deep).Top of woll opening 5-2" min. to 6-5" max. above finished floor. For Bcmier- 
Free application, lop of waif opening 4-1 T above finished Moot Secure to framing with 
mounting screws (induded) at holes provided. Shim at screw points as required. 

OPTIONAL FEATURES: 



C 



Feature 


Sufffx 


□ Mirrored cabinet door in lieu of 
stainless srssl 


-19 


□ Cup dispenser 


-27 


□ Hinged cover 


-as 


□ Hinged cover with push flap door 


■65 


Large capacity waste receptacle - 18 got. 


•36 



GUIDE SPECIFICATION: 

Recessed combination towel dispenser and waste receptacle shall be fabricated of type 
304 (18-3), 22 gauge stainless steel with exposed surfaces in sofin finish. Towel cabinet 
door of warp-free construction, equipped with piano hinge and secured by tumbler 
lock. Towel dispenser capacity 800 multi-fold or 600 C-fold towel: 

Overall dimensions: 17 1/8 *W r 56'H x 8-1/TD. 

Rscauod Combination Towel Dlj pernor and Waste Receptacle shall be 
Bradley Model 234. 

■ill bi araildbls to (Sro tn ont wash oflrf rscflicrf ot 



Qrim ramp<B«d of produm irxJ'iaHwj at 

crdar ai rfia fortunr Thare is no pricing penalty far rhis stivki f/am Bradley. 



WASHROOM 

AOOCOOORiCO 

DIVISION 



Thh Jufarmaflort It it)b|<nr itj ihonu« wirbour fufmol noiut*. 
PP 3059 W 



PO. Box 309, Menomono© Falls, Wl 530S2-0303 
Phono 414-354-0100 FAX 414,354-8327 
hnp-//www.r>nKJt«y<;Ofp.co*Ti 

Technical Information Fax Servtctr 1 aOO-fiflADPAX 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB U 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 363; Coax to HVAC workstation 



COR No. 



00196 



DATE: 1/26/00 
JOB: 99006 
ISSUE: 00225 



1 . Contpact time being extended 
U@T ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/2/00 ) 



For work described below, we offer the following quotation. 



Provide for HVAC workstation to be located at the Court House building via coax data line. 



Total Cost: 



$1,736 




?ro Management Systems. Inc. 



to 
E 
E 

3 
C/) 
Q> 
TO 
E 



o 
O 



o 
_c 

c 
o 

o 

i_ 

CO 

c 

o 
O 



o 
c 
a> 
a. 



g ^ g & 



Z TO 



(0 Q£ 

Q O 



< 

> 

X 



OS 

5 x 



o> i- m 

i- CM 

m csi 



m in 



o w jc » 
o « ° 
- o i <■> 

W 4 * m 
O ~ TJ O O 

co o ® E »- 

I* 



si 

=3 




'0 



c 



. MECHANICAL 



OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 

CONTRACTORS 



) 



1728 - 22ND ST. S.E. 

P.O. BOX 12127 

SALEM, OREGON 97309 



CCB 1 27 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



November 4, 1999 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 18 Revised 
PCC #26 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to relocate the computer workstation to 
couthouse basement at 101 High Street per PCC #26. 



Description 



Hrs $/hr 



Totals 



OCPH: 



Labor: 



Material: 



OTHER: 



Foreman 
Labor 

Deliv. & Recv. 



0.00 $52 
0.00 $49 
0.00 $23 



SUBS: 



Control Sub. (see attached) 



1,104.00 



10% Profit and OH 



If you have any questions please call. 



Sincerely, 



Total Add: $ 



Richard L.Vogt 
Project Manager 



110.00 
1,214.00 



cc: File 9907 
Job Site 



Received: 11/ 4/99 15:10; 503 364 2278 -> PENCE KELLY; Page 2 

U/04/99 14:56 FAX 503 364 2276 ORE CASCADE INC. ©002 



FAX Transmittal 1BANEOREGON 



The Trane Company P O Box 23579 

A Division of American Standard inc Tlgzrd. OR 97281 

La Crosse Wl 72S7 S. W. Kable Lane 

Portland, OR 97224 

TEL 503-620-8031 
FAX 503-639-1454 



Date: Thursday, November 04> 1999 

To: Dick Vogt 

Company: Oregon Cascade 

Fax: 503-364-2276 

RE: PCC #26 7 RFI #285, relocating computer workstation to 
courthouse basement at 101 High St. 

JOB: Salem Courthouse Transit Mall 

From: Mike Nopp 

NUMBER OF PAGES SENT INCLUDING THIS SHEET: 2 

Dick, 

Revised cost for relocating the workstation to the basement of the courthouse at 101 High St. 
I am assuming this is the Marion County Courthouse shown just South of this project on sht. 
G1.V2. 

The communication is via Ethernet Lan ( this will be coax cable. 

My rough guess for this distance is about 300* depending on routing. 

This coax to be ran by others, from the workstation (located in Marion County Courthouse) to 
the BCU's (located in the Salem Courthouse Transit Mall). Current location of BCU's is room 
P-246. 

Need specific location of PC workstation to be located in Marion County Courthouse. 

All installation of wiring necessary to perform the remote connection point to point is the 
responsibility of others. Trane is furnishing no labor to install wiring. 

REVISED price, NO INSTALLATION $1104.00 

Please contact me if you have any questions or concerns 



Best Regards 
Mike Nopp 

Cc* Gr«g K. 

Thursday, November 04, 1999 Trane FAX Transmittal FILE: OMCASCD3 

Page 1 
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CHANGE ORDER ANALYSIS 

Sum man' Sheet 
Pull data line for LH Morris HVAC Controls 



DATH: 



10/29/99 



COMPANY 

CO# 44 



EC Proposal # : 62759-044 



A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; 

B. Scope to be performed: 

1 . See attached documents 



Owner's Ref #: PCC-53 
$ 



438.00 



C. Cost Summary: 



1. 
2. 

3. 

4. 

5. 

6. 

7. 

8. 

9. 
10. 
11. 
12. 
13. 



Total Material Cost (see back-up) 
Total Burdened Labor Cost (see back-up) 
Subcontractors Cost (see back-up) 
Equipment Cost (see back-up) 
Other Miscellaneous Costs (see back-up) 







Small Tool allow 

Record Drawings and Submittals 



%of item 2 



Warranty Work 
Overhead 
PROFIT at 
B&O Tax 
Sales Tax 
Bond 



0.00 
10 



0.00 
0.00 



%of 
% 



direct expenses 



% 
% 
% 
% 



WA only 



TOTAL PRICE THIS CHANGE ORDER 



$ 



25.00 
373.00 
0.00 
0.00 
0.00 



39.80 



0.00 
437.80 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 10/29/1999 



CO# 44 



(X)Ficld ( )Shop 



DIRECT LABOR WAGE 

Electrician (sec back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



EC Proposal # : 62759-044 



Owner's Ref. #: pcc-53 



Rate 



8.00 
0.80 



42.12 
45.56 
49.00 



Cost 



336.96 
36.45 
0.00 
373.41 



PAYROLL TAXES 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



8.00 
0.80 



0.00 
0.00 
0.00 



0.00 
0.00 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 



8.00 
0.80 



0.00 
0.00 
0.00 



0.00 
0.00 



Project Manager 



Subtotal Labor Cost $ 373.4] 

Subsistence, Per Diem, and Parking 

LABOR TOTAL 8 80 $ 373.41 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 44 



EC Proposal # : 
Owner's Ref. #: 



62759-044 



pcc-53 



Material 



9 

10. 
11. 
12. 
13. 
14. 



Material (see back-up) 



Freight 



Waste and Spoilage 



#of 
Units 

1.00 



Unit 
Cost 
Each 

25.00 



Cost 



25.00 



Subtotal Material Cost 

Sales and other Taxes 

Shipping, Storage. Distribution % 

Restocking 



25.00 



% 



TOTAL COST OF MATERIALS 



25.00 



JOB: 19063 Mat-Std Lab-Stdl 

COURT -JOUSE SQUARE 08-06-99 



Electrical Construction Co. 
BID TAKE-OFF DETAILS 
01-26-00 7:51 Pg : 1 



TENCE / KELLY CONST 



PART NUMBER DESCRI PTION 



COUNT 



MATERIAL 

UNIT EXTENDED 



LABOR 

UNIT HOURS 



BID ITEM 

KCCR- 044 



SYSTEM 
PCC-53 



RFI-363 



ESTIMATOR 
CRAIG 



LH MORRIS CABLE PULL 



Total : 



25.000 E 



25. 00 



e . ooo e 



J .00 



. 00 



Grand Totals : 



25.00 



8.00 



: < f.~ <j t* i v o d z 11/ 4/99 1 5 : 1 O ; 

1 1/04/99 1 4:57 FA X 503 36 4 2276 



503 364 2276 - >• PENCE KELLY; 

ORE CASCADE INC. 



Page 3 
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! 
i 

i 
i 

Pricing Breakdown 

Project: Salem Courthouse 

Date: revised 1 1 -4-99 alt install labor by others \ 

Subject: PCC #26, RFI #285, relocating computer workstation to courthouse basement at 101 High st. 

! 



subcontract 








i 








task/description 


unit cost 


quantity 


total cost 


mark-up 


sell price 










i 
i 






material 


tsp#18 wire 


$ 0.25 


300 


$ 175.00 


1.10 


$ 83 




connectors/term. 


S 4.30 


2 


$ 1 8.60 


1.10 


$ 9 


labor 


pull and install 


$ - 





$ I - 


1.10 


$ 
























1 














1 






Trane 








i 










unit cost 


quantity 


total : 






labor 


coord, install 


$ 46.00 


20 


$ 920.00 


1.10 


$ 1,012 


material 





$ - 





$ 1 • 





$ 










i 














i 


TOTAL 


$ 1,104 



i 

! 



i 

i 

i 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



COR No. 



00198 



DATE: 1/26/00 
JOB: 99006 
ISSUE: 00268 



Project: 
COR Title: 



Courthouse Square 
PR #62; CCTV 



1 . Contract time being extended 

) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 2/2/00 ) 



For work described below, we offer the following quotation. 



Provide Conduit, Junction Boxes and Blocking for CCTV cameras per PR #62. 



Total Cost: 



$3,451 




*2t 



impanies -Xraig Lewis 



Accepted By: 



Pence/Cal/ Construction, Inc. - John Gremmels 

Date: / Ul&fr 



Accepted By: 



Date: 




Reviewed 

Date 
Accepted B 



Melvin Mark C»n 




Marion Countyl- Billy Wasson 

Date: 3 \ 5> \ 0>C^ 



Pro Management Systems, Inc. 
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CHANGE ORDER ANALYSIS 

Summary Sheet 

CCTV conduit @ Hearings Room # 1233 DATE: 10/29/99 

COMPANY 

CO# 46 

A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; 

B. Scope to be performed: 

1 . See attached documents 



C. Cost 


Summary: 






1. 


Total Material Cost (see back-up) 


$ 


945.00 


2. 


Total Burdened Labor Cost (see back-up) 




1,867.00 


3. 


Subcontractors Cost (see back-up) 




0.00 


4. 


Equipment Cost (see back-up) 




0.00 


5. 


Other Miscellaneous Costs (see back-up) 




0.00 


6. 


Small Tool allow % of item 2 






7. 


Record Drawings and Submittals 






8. 


Warranty Work 0.00 %of direct expenses 






9. 


Overhead 10 % 




281.20 


10. 


PROFIT at % 






11. 


B&OTax % WAonly 






12. 


Sales Tax 0.00 % 






13. 


Bond 0.00 % 




0.00 




TOTAL PRICE THIS CHANGE ORDER 


$ 


3,093.20 




EC Proposal # : 62759-046 
Owner's Ref. #: PR-62 



$ 3,093.00 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 
Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 10/29/1999 



COti 46 



(X)Field ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



EC Proposal # : 62759-046 



Owner's Ref. #: PR-62 



Rate 



40.00 
4.00 



42.12 
45.56 
49.00 



Cost 



1,684.80 
182.24 
0.00 
1,867.04 



PAYROLL TAXES 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Payroll Taxes/Benefits 



40.00 
4.00 



0.00 
0.00 
0.00 



0.00 
0.00 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 

Project Manager 



40.00 
4.00 



0.00 
0.00 
0.00 



0.00 
0.00 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



$ 1,867.04 



LABOR TOTAL 



44.00 



$ 1,867.04 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 45 



EC Proposal # 
Owner's Ref. #: 



62759-046 



PR-62 



Material 

1. 
2. 
3. 
4. 
5. 
6. 
7. 
8. 
9. 
10. 
11. 
12. 
13. 
14. 



Material (see back-up) 



Freight 



Waste and Spoilage 



Subtotal Material Cost 
Sales and other Taxes 
Shipping, Storage, Distribution ( 
Restocking 



#of 
Units 

1.00 



Unit 
Cost 
Each 
945.00 



Cost 



945.00 



945.00 



% 



TOTAL COST OF MATERIALS 



945.00 



Electrical Construction Co. 
JOB: 19063 Mat=Std Lab=Stdl * BID TAKE-OFF DETAILS * 

COURTHOUSE SQUARE 08-06-99 01-26-00 8;58 Pg : 1 

PENCE / KELLY CONST 

















PART NUMBER 


DESCRIPTION 


COUNT 


UNIT 


EXTENDED 


UNIT 


HOURS 










: = = = ss:3 = = s = = = ss = = a^s = a 






BID ITEM 


SYSTEM 






ESTIMATOR 






ECCR-04 6 


PR- 62 CCTV CONDUIT 






CRAIG 






12001002005 


1-1/2" EMT CONDUIT 


180 


207.280 C 


373 . io 


"7 n n n c 


12 . 60 


12001002006 


2" EMT CONDUIT 


100 


253.360 C 


253 . 36 


s n n a f" 
o . u u U 


8.00 


23002002026 


2" EMT 90 ELBOW 


2 


716.800 C 


14 . 33 


DU . UUU \*. 


1 . 00 


23007014305 


1-1/2" EMT 2 HOLE STRAP 


4 


40.560 C 


1.62 


5.000 C 


.20 


23007014306 


2" EMT 2 HOLE STRAP 


4 


68.450 C 


2.73 


5.000 C 


.20 


28000019090 


3/8-16 THRD ROD {Per Ft) 


20 


66 . 000 C 


13 ,20 


8 . 000 C 


1.60 


2800BL4154 S 


HEX HD MACH ^CR 1/8x1 -l/? 


10 


32.050 C 


3.20 


7.500 C 


. 75 




r Lni W/Ao ri J/O 


z u 




2 . 04 


1.000 C 


.20 


2800BL42423 


HEX NUT 3/8 


20 


15.450 C 


3,09 


1.000 C 


.20 


2800UN10001 


CHNL 1-5/8X1-5/8 P1000/GR/GRN 


20 


316.200 C 


63.24 


7.000 C 


1 .40 


2800UN11150 


1-1/2" UNISTRUT STRAPS 


20 


136.600 C 


27.32 


4 . 000 C 


.80 


2800UN11170 


2" UNISTRUT STRAPS 


10 


154.300 C 


15.43 


4.000 C 


.40 


3600CI10420 


8X8 2' WW SCR COVER 8824G 


2 


38.350 E 


76 .70 


.340 E 


.68 


3600CI10491 


8X8 SCREW COVER END 88E 


4 


4 .750 E 


19.00 


.250 E 


1.00 


3600CI22290 


SCR COV BOX W/KO GRY 8X8X6 SC 


6 


12.700 E 


76.20 


1.300 E 


7 .80 


9980ZZ16615 


2" KO FIELD CUT 


4 






.700 E 


2.80 


Total 








944.58 




39.63 


















Grand Totals : 






945.00 




39.63 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Tappered Insulation at rooftop mech 



COR No. 



00205 



DATE: 2/14/00 
JOB: 99006 
ISSUE: 00304 



1 . Coqtract time being extended 
jJQD Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/21/00 ) 



For work described below, we offer the following quotation. 



Provide tappered insulation at mechanical chases between rooftop air handling units. This will keep water from 
ponding on these areas and reduce the risk of leaks. 



Total Cost: 



$1,299 




Pro Management Systems, Inc 
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541-301' 6844 Fax 



po box Avenue CHANGE ORDER 

Eugene. O reg on 9740^-0418 REQUEST (PROPOSAL) 



Project: 
To: 



Courthouse Square 

Pence-Kelly Const. 
2747 Pence Loop SE 
Salem OR 97302 



Re: 



Change Order Request No: 

From (Contractor): Umpqua Roofing Co., Inc. 

Date: 02/10/00 

A/E Project Number: 

Contract For: roofing 



This Change Order Request (C.O.R.) contains an itemized quotation for changes in the Contract Sum and/or 
Contract Time in response to proposed modifications to the Contract Documents based on Proposal Request 
No. . 



Description of Proposed Change: 

Add tapered insulation on top of units at penthouse. 

453.75 
670.00 
$1,123.75 
110.58 
$1,234.33 

Attached supporting information from: □ Subcontractor □ Supplier □ 



Journeyman 15 hours® 30.25 

Materials cost 

Mark-up 10% 



Reason for Change: 



Does Proposed Change involve a change in Contract Sum? 
Does Proposed Change involve a change in Contract Time? 



□ No | Yes [Increase] [Decrease] 
■ No □ Yes [Increase] [Decrease] 



1,234.33 
days 



Attached pages: □ Proposal Worksheet Summary: 

□ Proposal Worksheet Detail(s): 



Signed by: 



*\ Ct/^K ^ \ ^Ul^L Date: ^/loJo< 



Copies: □ Owner □ Consultants ■ Contractor □ File 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #75; Graphic at Transit Counter 



COR No. 



00206 



DATE: 2/16/00 
JOB: 99006 
ISSUE: 00279 



1 . Contract time being extended 
(J&T ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 2/23/00 ) 



For work described below, we offer the following quotation. 



Provide Graphic behind transit counter per PR #75 and RFI 430. 



Total Cost: 



$1,876 




Accepted By: 



PenceyK|ll^^ffstrudilJrTrific^ - John G rem meis 

Date: I WM\ 



raig Lewis 



Accepted By:_ 



Date: 




Salem Arefe / ransit - John Wittingti 



Marion County I Billy Wasson 



Date: 3 \"S ^ 



Pro Management Systems, Inc 
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CAMPBELL COMMUNICATIONS COMPANY 



2/25/00 



Pence/Kelly Construction, Inc 
Attn: John Gremmels 



Re: PCC: PR 75, Graphics on glass block 
Revised - per RFl - 0430 

Fabricate & install dimensional letters (Cherriots logo) of 1/2" Corian in Nocturne (black), with the "Cherry H 

center filled with 1/4' Hoi (red). All edges 1/4' bullnose radius, face surfaces polished & sides smooth. Installed 

on glass block curved wall, Per architects instructions, Corian to be mounted to glass block wall, "Mount 

with a uniform application of clear silicone sealant, remove excess after cured/ 1 Reverse side of Corian 

to be clean, without markings since it will be visible thru glass block. Centered behind counter. 6'6" from 

grade to bottom of letters. Overall dimensions 32" h x 8' w. 

ETA: 3-4 weeks from receipt of contract & liability waiver 

MATERIAL - Corian materials, polished & cleaned: $1200.00 

CNC ROUTE - Bullnosed edges $ 377,00 

INSTALLATION - Labor & Adhesive (2 trips) $ 206.00 

TOTAL COST: $1785.00 

Special Notes:, installation is NOT guaranteed. See bold type above. A waiver of liability will need to be signed 
before any installation attempts. The following recommendations as stated on our original bid. 

f . Due to the weight of the Corian, these fetters will require a steel stud mount What kind Of glass block is 
being used? How is it being assembled? Can we drill thrv the 'grout" or the blocks themselves? or have the 
Masons install a bar we can drill into without affecting the structural integrity? We will need some specs/samples 
or? to verify what installation method will work. Of course, this may affect overall cost. 

2. - Hof color is available in 30* x & x 1/2* thick 1/2 sheets. The center infill will have to be planed down to 1/4". 
We are trying to locate a smalt "offcuf (1 sq. ft.), rather than pay for a half sheet (15 sq. ft.). 

3. A clean camera ready copy of the logo (5* x T) or computer disk (IBM format, DXf or .CDR, or .aiEPS or TIF 
fife) is te required. 

If there are any questions regarding this propo sat /bid/changes, please call me at our office 
(503) 363-1 31 1 or cell 999-3292 or pager 361 -4884. 

I am locking forward to working with you on this project. 

Sincerely, 

Chris Moore 
Sign Consultant 



job site: Courthouse Square 

job #: 99006 

555 Court SL NE 
Salem, OR 97301 



1 BB5 1 2TH STREET SE • SALEM. OREGON 97302 * C5033 363-1 31 1 

□HEGON TOLL FREE 1 -600-633-99^6 • FAX C3033 370-7224 • CCBBB625 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 6343S 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: RFI 464; Ice makers 



COR No. 



00210 



DATE: 2/23/00 
JOB: 99006 
ISSUE: 00305 



1 . Contract time being extended 
C^0"T Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/1/00 ) 



For work described below, we offer the following quotation. 



Provide cold water shut offs for ice makers per RFI 464. 



Total Cost: 



$1,059 





Accepted By: 



PencB/Keliy Construction, Inc. - John Gremmels 

Date: / VW°9 



Reviewed By 



Accepted By: 



emf Ar^a Trai 



\U4± 



Satemf Areja Transit - John Wittington 

Date: I 



Marion Count/ - Billy Wasson 

Date: -SIWo I Go 



Pro Management Systems, Inc. 



02/23/00 11:55 FAX 503 364 2276 



ORE CASCADE INC. 



@001 




MECHANICAL 



OREGON 
CASCADE 
PLUMBING t 
HEATING inc. 

CONTRACTORS 



1728 - 22ND ST S.E. 

P.O. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) S88-0355 
(503) 364-2276 



February 23, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 35 
PCC#49 



Attn: John Gremmels 

Below please find cost breakdown for labor and material to add cold water shut offs for ice makers per 
PCC #49. 



I 


Description 


Hrs 


$/hr 




Totals 


OCPH: 












Labor 


Foreman 


2.75 


$52 


$ 


143.00 




Labor 


13.25 


$49 


$ 


649.00 




Deliv. & Recv. 


0.75 


$23 


$ 


17.00 


Material: 








$ 


79.00 



OTHER; 



SUBS: 



Insulation Sub. 



28.00 



10% Profit and OH 



If you have any questions please call. 



5 

Total Add: $ 



92.00 
1,008.00 



Sincerely 



Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



Hocelved : 2/2J/00 1 O : 5BAM; 503 364 70 - - PF.NCfl KT LLY ; Page 2 

02/ 2 3/00 11: 55 FAX 503 364 2276 ORE CASCADE INC, 0002 



Courthouse Square 9907 



OCPHC.O #35 
MATERIAL TAKE-OFF/LABOR ESTIMATE 



QUANTITY 


UNIT 


DESCRIPTION 


LABOR HOURS 
UNIT TOTAL 


7 


FT. 


1/2" TYPE L COPPER PIPE 


04 


0.28 


7 


EA. 


1/2" COPPER TEES 


0.60 


4.20 


7 


EA. 


1/2" COPPER 90 DEG. 


0.40 


2.80 


7 


EA. 


1/2" COPPER CAPS 


0.20 


1.40 


7 


EA. 


1/2" COPPER HOLDRITES 


025 


1.75 


7 


EA. 


1/2" X 3/8" CP COMP. ANGLE STOPS 


0.40 


2.80 


1 


LOT 


CONSUMABLES 


0.00 


0.00 























































































































































































































































































































































Total Man Hours: 13.23 



Total Material Cost: $ 78.50 



NOTE: LABOR CALCULATIONS ARE COMPUTED USING THE "NATIONAL LABOR CALCULATOR" METHODS 

Page 1 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 
COR Title: Hose Bib at Bus Mall 



COR No. 



00211 



DATE: 2/23/00 
JOB: 99006 
ISSUE: 00242 



1 . Contract time being extended 
{J^f) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/1/00 ) 



For work described below, we offer the following quotation. 



Provide one (non frostproof) sill cock in Canopy along grid 7 at J line. This will tie into the 2" main serving 
Bathroom #1272. 



Note: This line will not be insulated and must be shut off and drained during freezing weather. 



Total Cost: 



$2,037 



Accepted By: 
Date: 
Accepted By:_ 



Peru 




Reviewed By 



f Construction, Inc. - John Gremmels 

27zye>< 




Salemwdwransit - John Wittington 

Date: 1 ft joQ 




Date 



Pro Management Systems. Inc 
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02/23/00 11:54 FAX 503 36 4 2276 



ORE C ASCADE INC. 



12)001 




OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 

CONTRACTORS 



? 



1728 - 22ND ST. S.E. 

PO. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) 586-0355 
(503) 364-2276 



February 23, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order #34 
Per Request 

Attn: John Gnemmels 



Below please find cost breakdown for labor and material to add one (1) (non frostproof) sill cock in 
Canopy along grid 7 at J line. This line will tie into the 2" main serving Bathroom #1272. 

Note: This line will not be insulated and must be shut off and drained during freezing weather. 



Description 



Hrs S/hr 



Totals 



OCPH: 




MIUUU.AiSX4lOM0r 
Oi KU1«C OWN; C»IWI0M 



Labor: 



Foreman 
Labor 

Deliv. & Recv. 



5.00 S52 
24.75 $49 
1.50 S23 



Material: 



$ 
$ 
$ 
$ 



260.00 
1,213.00 
35.00 
254.00 



OTHER; 



SUBS: 



10% Profit and OH 



If you have any questions please call 



$ 

Total Add: $ 



176.00 
1,938,00 



Sincerely, 



Richard L. Vogt ' 



Richard L. Vogt 
Project Manager 



cc: File 9907 
Job Site 



Received: 2/23/00 1 O : 5 /'AM ; 503 M04 22 7(3 PHNCP KELLY; Pnge ? 

0*2 /23/00 1 1:54 FAX 503 364 2276 ORE CASCADE INC. ©002 



Courthouse Square 9907 



OCPH CO #34 
MATERIAL TAKE-OFF/LABOR ESTIMATE 



[quantity 


UNIT 


DESCRIPTION 


LABOR HOURS 
UNIT TOTAL 
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Total Man Hours: 24.68 



Total Material Cost: $ 254 10 



NOTE; LABOR CALCULATIONS ARE COMPUTED USING THE "NATIONAL LABOR CALCULATOR" METHODS 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #90; Power for Disposals 



COR No. 



00212 



DATE: 2/23/00 
JOB: 99006 
ISSUE: 00312 



1 . Contact time being extended 
Jr^Cs) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of < 3/1/00 ) 



For work described below, we offer the following quotation. 



Provide Power for future waste disposal units per PR #90 



Total Cost: 



$3,824 






\ Accepted By: 



Accepted By: 



PdnfcJ^ly Construction, Inc. - John Gremmels 

Date: ^TJVSf&q 



HA v 



jliil 



Salem Aifea Transit - John Wittrngton 

Date: 5 1 \b jdV 



Marion Count*- Billy Wasson 

Date: ' 3|llo\fcO 



Pro Management Syslems. Inc. 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503)399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB U 63436 



Potential Change or Clarification 



TO: Craig Davis 

Electrical Construction Company 
P.O. Box 925 
Albany, OR 97321 

Project: Courthouse Square 

PCC Title: PR #90; Pwr for disposal units 

Respond By: 2/28/00 



PCC No. 



00064 



DATE: 2/21/00 

JOB: 99006 

ISSUE No.: 00312 
CONTRACT No.: 9906-16000 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review PR #90; Pwr for disposal units, for possible change in cost to your contract. You must notify 
Pence/Kelly within 2 days and submit cost within 10 days. 



Cost Impact: 
Time Impact: 



/?_rO 



Please check box if no time AND cost impact: 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels 



By: 
Date: 



A II 




CHANGE ORDER ANALYSIS 

Summary Sheet 

Aild (7) connections to waste disposals. DATH: 10/29/99 



COMPANY 

CO # 49 EC Proposal U : 62759-049 



Owner's Ref. U: PR-90 

A. TOTAL PRICE THIS CHANGE ORDER 

as shown in item 15; $ 3,638.00 

B. Scope to be performed: 

1. See attached documents 

C. Cost Summary: 

1. Total Material Cost (see back-up) $ 833.00 

2. Total Burdened Labor Cost (see back-up) 2,474.00 

3. Subcontractors Cost (see back-up) 0.00 

4. Equipment Cost (see back-up) 0.00 

5. Other Miscellaneous Costs (see back-up) 0.00 

6. Small Tool allow % of item 2 

7. Record Drawings and Submittals 

8. Warranty Work 0.00 % of direct expenses 

9. Overhead 10 % 330.70 

10. PROFIT at % 

11. B&OTax % WAonly 

12. Sales Tax 0.00 % 

13. Bond 0.00 % 0.00 
TOTAL PRICE THIS CHANGE ORDER $ 3,637.70 



This change order requires a schedule adjustment of days. Pricing subject to 
revision after 30 days. 

The costs represented include only those clearly identified at this time. No impact or delay costs are 
included. Should it be determined at a later date that the project is impacted by multiple scope 
changes, or causes beyond our control, those costs may be submitted at that time. Work will commence 
upon written acceptance by an authorized agent. 



E C Company 

Craig Davis PM 



Authorized Agent 



CHANGE ORDER ANALYSIS 



Date: 



10/29/99 



CO# 49 



( X )Ficld ( )Shop 



DIRECT LABOR WAGE 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Direct Labor Cost 



LABOR COST SUMMARY 



Total 
Hours 



53.00 
5.30 



EC Proposal U : 62759-049 



Owner's Rcf. #: PR-90 



Rate 



42.12 
45.56 
49.00 



Cost 



2,232.36 
241.47 
0.00 
2.473.83 



PAYROLL TAXES 
Electrician (see back-up) 
Field Foreman 
General Foreman 

Subtotal Pavroll Taxes/Benefits 



53.00 
5.30 



0.00 
0.00 
0.00 



0.00 
0.00 



BENEFITS 

Electrician (see back-up) 
Field Foreman 
General Foreman 
Subtotal Payroll Taxes/Benefits 

Project Manager 



53.00 
5.30 



0.00 
0.00 
0.00 



0.00 
0.00 



Subtotal Labor Cost 

Subsistence, Per Diem, and Parking 



$ 2,473.83 



LABOR TOTAL 



58.30 



S 2,473.83 



CHANGE ORDER ANALYSIS 



MATERIAL COST SUMMARY 



CO# 49 



EC Proposal # 
Owner's Rcf. #: 



62759-049 



PR-90 



Material 



#of 
Units 



Unit 
Cost 
Each 
833.00 



Cost 



Material (see back-up) 



833.00 



2. 

3. 

4. 

5. 

6. 

7. 

8. 

9. 

10. 

11. 

12. 

13. Freight 

14. Waste and Spoilage 

Subtotal Material Cost $ 833.00 

Sales and other Taxes 

Shipping, Storage, Distribution $ % 



Restocking 



TOTAL COST OF MATERIALS 



$ 



833.00 



Electrical Const met ion Co . 
;OIi: Mat=Std Lab=Stdl * BID TAKE-OFF DETAILS 

"OURTHOUS E SQUAR E 8-06-99 2 - 2 3 - 1 3 : L L Pg : I 



PENCE / KELLY CONST 



PART NUMBER DESCRIPTION 



COUNT 



MATERIAL 

UNIT EXTENDED 



LABOR 

UNIT HOUR:. 



ilD ITEM 
ECCR-4 9 



SYSTEM 
PR -90 



DISPOSALS 



ESTIMATOR 
CRAIG 



)13 00 034605 


12/2 MC CABLE W/GREEN GROUND 


500 


583 


. 050 


M 


251 


. 52 


35 . 


. 000 


M 


17 




2210CD47775 


OFFSET BAR HANGER OBHA 


28 


416 


.650 


C 


116 


. 66 


20 . 


. 000 


c 


5 


. 6 


2400TB00302 


1/2 "TITE-BITE" STR BOX CON 


40 


167 


. 980 


C 


67 


. 19 


12 . 


. 000 


c 


4 . 


. 8 


!4Q0XX10025 


MC/AC CABLE SUPPORT 


50 


21 


. eoo 


c 


10 


. 90 


4 


. 000 


c 


2 


. 00 


2710RC00194 


4" SQ BOX 1-1/2" D W/SIDE BRKT 


- 28 


214 . 


.600 


c 


60 


. 08 


30 , 


. 000 


c 


8 , 


.40 


2710RC00771 


4IN IG MUDRING 5/8 RAISED 763 


•' 2 9 


108 . 


. 140 


c 


30 


.27 


15 , 


. 000 


c 


4 


. 20 


■100HB76936 


SGL RSC PLATE IG BROWN 910 91 


14 


1 , 


.360 


E 


26 . 


. 04 




. 100 


E 


1 . 


. 4 


100LV20840 


SGL RC SLF-GRD2 0A125V I5361-I 


14 


12 . 


. 442 


E 


174 . 


. 18 




.300 


E 


4 


.20 


5100LV24072 


IP QIT SW 20A277V 54521-21 


14 


3 . 


.684 


E 


51 


. 57 




.250 


E 


3 




100LV43905 


IG PLASTIC IV SW PLATE 86001 


14 




.334 


E 


4 , 


. 67 




, 100 


E 


1 , 


.40 


Total 












833. 


,12 








53 . 


.00 



Grand Totals: 833.00 53.00 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 372; Provide Plate Stiffeners 



COR No. 



00213 



DATE: 2/25/00 
JOB: 99006 
ISSUE: 00316 



1 . Copiract time being extended 
jJQTS Calendar days. 

2. Acceptance of COR prior to our 
deadline date of I 3/3/00 ) 



For work described below, we offer the following quotation. 



Provide Plate Stiffeners per RFI 372 



Total Cost: 



$843 



far Gw3L^ OiLc^*- 



^sAccepted By: 




Penci/Reily Construction, Inc. - John Gremmels 

Date: 1 



Accepted By:_ 




Salen\ Afea Transit - 4ohn Wittington 

Date: - >/") /flD 



Pro Management Systems, Inc 
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To: Reliable Fab ' At: 15417479S<9 




PENCE/KELLY 

CONSTRUCTION, INC. 

2/47 ?mr\C9 loop St P.O Box A 1 09 
SoWn, 0^97302 0)09 l&>3> W /222 
fn* (WWW* F>orf»onti (503) I 




J06 NAME 
LOCATION 



CCB #83435 



DATE 



JOB NO. 



'tfCOC&fiD uJtfzOS ptfC pfiC 
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R«quo)*t for Information 



PAGE 03 



TO: Leonard Lotter 

Afbudoe Coatto Arch*te*» 
343 State Street 8.£. 

Salem, OR 97301-3633 

Project: Courthouie fiquim 

Subject; dttffiner Plan on VWe Flange 

fMeaee preo— and return by no tator than W ul96 



*f\ No 



DATE; 10/T79Q 

jo§; eeooe 

I99UEN0.: 



00372 



Qimtton 



Owg.Kef.f §7 1.2 



OoMi 1J/S7. 1 , 2 cite out 1 1M' ttfrMrwr plate m wide fltnQe wftft 1/4* weld, li true correct? 
Reeea edviee. 



fUspons* 



Www £v*-/&o 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CC8 # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Provide DA-431 Siesmic Ties 



COR No. 



00214 



DATE: 2/25/00 
JOB: 99006 
ISSUE: 00317 



1 . Contract time being extended 
iJ^T) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of I 3/3/00 ) 



For work described below, we offer the following quotation. 



Provide DA-431 Seismic Ties at all window jambs. 

(The Specified tie will not fit on the jamb stud and double studs were not specified on this project. The DA-431 
stud requires masons to drill and attach the tie between courses of brick, instead of attaching all ties before 
brickwork starts. This COR is for labor only and works out to about 45 seconds additional labor for each of the 
2000+ ties.) 



Total Cost: 



$1,168 






^^Accepted By 



PenceJkeWpCdnstruction, Inc. - John Gremmels 

Date: WtV Oo 



Accepted By:_ 



Salem Area/Transit - John Wittingtorr 



Reviewed By: 
Date: 
Accepted 



MekWfTPIark Coriparfies**@$aig Lewis 




Date: 



ill (oo 



Marion Count t - Billy Wasson 

Date: * ~£>V£>\ 



Pro Management Systems, Inc. 
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Received: 1 / 25 / 0° ^:33PM; 1 503 364 3467 -> PENCE KELLY; Pago 2 

Jan-25-OO 04:25P DAVIDSON'S MASONRY 1 503 364 3487 



P - 02 



DAVIDSON'S MASONRY, INC. 



M £ M 8 



2295 Rural Ave. S.E. 
Majling Address. P O Sox 123S4 Saieoi. Oregon 97309 

Te*eohon©: 364-0715 
Fa*: 364^3487 



ER MASON CONTRACTORS ASSOCIATION (^J 

Date: l/a5fco /[bUlMO^ 



Attention: X^O^- >4*>i/ ^ 



PROPOSAL SUMMARY 



MATERIALS $_ 

$10% S 



LABOR S 1610,00 

^ 15% $ IMJO 



EQUIPMENT S ^ j(- 

10% S 



TOTAL ADD TO BASIC BID: $ \ / \\ \ * 



SCHEDULE: ADD ^ days 



Thank You, 



CLIFF ROSELLE 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (603)224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 

Project: Courthouse Square 

COR Title: Provide a canister humidifier 



COR No. 



00215 



DATE: 2/25/00 
JOB: 99006 
ISSUE: 00318 



1 . Contract time being extended 
( J&) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/3/00 ) 



For work described below, we offer the following quotation. 



Provide a canister humidifier in the CRU-1 unit. The infared humidifier specified in line 17C of addendum # 3 is 
not available with the approved CRU unit. Please see the attached letter from Climate Conditioning dated 1/4/00 
regarding conversation between Climate Conditioning rep and the engineer. 



Total Cost: 



$793 





p| ^Accepted By: _ 
Date: 
Accepted By:_ 



ly Construction, Inc. - John Gremmels 



Reviewed By: 




Salem Are^Tfansit - John Wittingtdn 

Date: J^/o^ loo 



Marion County 



Date: 



Billy Wasson 



Pro Management Systems, Inc. 
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QREGO'i 
CASCADE 
PLUMBING •. 
HEATING 

MECHANICAL CONTRACTORS 



5. iCOo^ 



1728 - 22ND ST. S.E. 

P.O. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE (503) 588-0355 
FAX (503) 364-2276 



Pence/Kelly Construction 

F.O Sex 4109 

Saiem. Oregon 97302-3109 



RECEIVED 

DEC 27 1999 

r-fjnee Kelly 
Construction 



Decernce r 23 199 



RE: Courthouse Square 

OCPH Change Order #27 
Submittal Review 

mUh. Jonn GrennTiels 

Be'ow please find cost breakdown for material to provide canister humidifier in the CRU - 1 unit per the 
submittal review. 



Descriotion 



Hrs S/hr 



Totals 



OCPH: 



_abor: 



Material: 



OTHER: 



Foreman 
Labor 

Deiiv. & Recv. 



0.00 S52 S 
0.00 S49 S 
0.00 S23 $ 



705.00 



SUES: 



10% Profit and OH S 71.00 

Total Add: S 776.00 



if you have any questions please cai!. 



Smcoreiy, 
Richard L. Vocit 



Project Manage 



cc: File 9907 
Job Site 



02/25/00 11:42 FAX 503 364 2276 



ORE CASC ADE INC. 



@001 




:GON ) 
CADE { 
WIRING a ► 



OREGON 
CASCADE 
PLUMBING & 
HEATING INC. 



MECHANICAL CONTRACTORS 



1728 22ND ST. SE 
P.O. BOX 12127 
SALEM. OREGON 97309 

CCB 127 



PHONE (503)588-0355 
FAX (503) 364-2276 



FACSIMILE COVER PAGE 



TO: 
ATTN: 
SUBJECT: 
FAX#: 



We are transmitting , 



not complete, or is poorly copied, please call ASAP. 



pages (including this cover page). If transmission is 



COMMENTS: 



(LUmAtb <^> /j o * tv riAjy J a Lamest 



yC No additional copies of this will be sent. 

A mailed / or hand delivered copy will be sent in addition to this fax transmittal. 



Sent bv :DiC£ [Jti trT Date and time sent: &/&C/o& 
Response Requested: Yes:___ 



No: 



jcelved: 2/25/00 1 O : 45AM; 

02/25/00 11:42 FAX 503 364 2276 



JAN. 04 00 CTUE) 09:29 

;* ■•■!!, 

I: j:" " 

kAa\n Office .i! 

52360 S.w. Main greet - 

tigard. Oregon 9Z223 

RO. Box 230607 

Tiga/d Oregor? 97281-0607 

(603)620-3911 \\ 

Fax (503) 684^0730 



CLIMATE CONDITIONING 



503 384 2276 - >■ PENCE KELLY; Pago 2 

ORE CA SCADE INC. 

5036940730 



@002 

PAGE. 1/1 




Climate Conditioning 

MANUFACTURERS REPRESENTATIVES 



Branch Office 
3498 w. l si 
5urre 7 

Eugene, Oregon 97402 
(541)345-4364 
Fax (541) 345*9141 



January 4, 2000 ; ! 

. ■ ji . . ■ • =;;' •'.•[] ! - 

To; Mr:jt)idk Volt , 
Oregon Cascade 
Fax:; (503) 364*2276 

Subject; Atlditionof Humidifier to the-Liebert CRU-1 Unit for tot Courthouse Square Project, 

This is to confirm pur telephone conversation of today regarding the humidifier requirements for 
subject unit. On 5^-99, we received a request;; for quotation. from your office for subject 
equipment, j! At that time, a phone call was made to Jim Cook at Interface Engineering to discuss 
the specifications provided for the equipment. The specifications did not/reflect the equipment 
being purchased. The Equipment is basically for a larger Oeiuxe/3 type unit using A-frame coils, 
semi-hermetic compressors; four stage circuiting, e|tc. : Even tbb addendum, which called for an 
infrared typt humidifier, was discussed because aiiiinfrated .humidifier cannot be put into a small : 
MiniMate :type unit infrared Is a long- tubular glass humidifier, which is open to an open 
stainless stciel pan. [ This type of humidifier caiLdnljJ be put : into :a, small unit 

As you cad; see from bur quote of 5-4j-99 4 the qutJtatioa based on the information gained 
from Jim Cook dicing that phone conversation. -It was. determined that the MMD024E with 
accessories j as quo<ed was What was desired; i. 

As you kndjv, we dp have the equipment on order and we. have added a canister type humidifier 
to the MMD024E; evaporator section, It is my bejlief, Abased btvphone conversations with the 
engineer, thfe huznidifiex being provided should be a change order to the job. Also, you should 
verify on the drawings whether or not there is,; in ifikct, a wterlinfc that was planned to that unit, 
Obviously,- jwith thfe humidifier requirements you would have a t^quiremeht for a waterline go ing 
to the unit :\ 



i 



Please advise at your, earliest convenience as t6\ the > decision; reflecting this change to the 
equipment.! I 




Regards, 

Lonhie Foster 
LF/sd j! 





d - 2/25/00 10:45AM; 503 384 2Z TB -> PENCE KELLY; Page 3 

, nn ,,.40 FA r 5 o3 364 2276 ORE CASCADE INC. ®003 
/00 11.42 FAX 503 364 ^7* conditioning ^ ... . 50369407 3 o pace, ,/v 

Tign rd, Oregon 97223 ' ' 
P.O. Box 230607 
Tignrd, Oregon 97281-0607 
(503) 620-3011 

fax (503) 684-0730 CLIMATE CONDITIONING 

manufacturers representatives 
, FACSIMIL E " M BSSAGK 

ATTENTION: V^T" FROM; ftfST&e. 

COMPANY: ; <3*££y/ gggggy*^ DATE: 



REGARDING: ■ TOTAL NUMBER OF PAGES: /. 

(INCLUDING COVER) 

-7 q^f/L.CD /*J7£&£e& ^4£r*/"S0 




/s££e£r \</*'/7' 75 ^J&T^ 



I — &<fie#r: jesrey^g^ Al**$ 




Urgent Reply Requested Reply Requested No Reply Requested 

i : 

FLEAS.E CALL OUR OFFICE IF YOU. DID NOT RECEIVE THIS FAX LEGIBLY, OR IF YOT ' 
•ii DID NOT RECEIVE THE NUMBER OF PAGElS INDICATED. 




12/2.1/90 9:4 3 FAX 503 064 227f 



ORE CASCADE INC 



12)004 



Climate Conditioning 



Manufacturers Representative 



Mail: 

P.O. Box 230'607 
!tigard, Or. 97281-0607 
Phono: (503)i620-3911 



Physical: 

12360 SWMain Street 
Tlgard, Or. 97223 
Fax: (503) 684-0730 



to: Oregon Cascade 
Attn.: Casey Grewe 
From: Ty Foster 
Date: .Augusts. .1999 

Subject: Courthouse; Square - CRU-1 Computer Room Unit 

i am in . receipt of the submittal review for subject job. Units of this type are not available 
<vith an infrared riumidifieF. I don't see any type of humidifier specified in se ction 1 5780. if 
a canister humidifier is required add $705 to our quotation. 

If you have any questions, please feel free to give me a call. 



it. < 




Sincerely, 



93? _ook e uur~— 



02/^5/00 12:15 FAX 503 364 2276 ORE CASCADE INC. 

04/07/99 WED ,17: 32 FAX 503 639 1454 TRaNE COMPANY 



Booi 

> OREGON CASCADE IJjOOJ 




FAX Transmittal TRANEOREGON 



The Trane Company 

A Division of American Standard Inc 

La Crosse Wt 



P.O,Box23S79 
Tigard, OR 97281 
7267 S,W. Kahle Lane 
Portland, OR 37224 

OR CCB8064452 
WAHR OBERGD032CJ 

TEL 503-620-8031 
OR TEL B00-20TRANE 
FAX 503-639*1454 



Date: April?, 1999 

To: John Welborn 

Company: Oregon Cascade 
Fax: 

RE: Info 

JOB: Courthouse Square 

From: Greg Korkowski 

NUMBER OF PAGES SENT INCLUDING THIS SHEET: 8 



Post-It™ brand fax transmittal' memo 7671 * of page* ► 




From £,c/t U 






Dept. ' 


Phone # 


Fax# 


Fax # 



John, 

I didn't hear from you in regards to sitting down with you end Dick to go overthis job, so I thought I'd send you this 
fax to get things started. 

First, some pricing Issues. Attached is a copy of my bid day proposal. As a recap: 

Total base job $ 696,000 (less electric wall heaters and alternates) 

Bid day discount from Phil ($ 10,000) 



Sub total 


$686,000 




Alt add # 1 


$ 3745 




Alt add #2 


$ 3,200 




Alt add #10 


$ 2.B50 




Sub total with alternates 


$ 695795 




Deduct for F-1 


(S 1,303) 


(Spec'd Markei) 


Deduct for CRLM Indoor 


($ 2,253) 


(Spec'd Liebert) 


Deduct for CRT-1 outdoor 


($ 678) 


(Spec'd Liebert) 


Trane factory pricing help 


fS 6.040) 


(I got help from the factory per our crane discussion.) 


Revised total 


$685,521 





In regards to F-1 and CRLM (Indoor and outdoor), Trane was approved, but I think you'd be better off with the 
specifiled manufacturers - hence the deduct. Hopefully, with these deducts and the additional help from the 
factory, you'll come out a head and the job will be better. Please let me know If this will work for you. 

The last pricing issue Is in regards to the "System Commission Assistance 1 '. Tom Semmes gave an add of 
$ 4,320 because an addendum called for % but I don't think there was a place on the bid form on it. I'm not sure 
rf this add was taken or not, or if this is a small hole. Let me know what you know about this. If It's a problem, 
I'm sure we can work something out. 



0-XXX-00 Trane Fax Transmittal Document2 



Page 1 



Received: 2/25/00 1 1:1 SAM; 503 384 2276 -> PENCE KELLY; Page 2 

02/25/00 12:15 FAX 503 364 2276 ORE CASCADE INC. ' aoo 

04/07/99 WED 17:32 FAI 503 839 1454 TRANE COMPANY OREGON CASCADE 3)002 



Second, in regards to the submittals, I got them done last week. They're sitting on my dest waitina for me to 
delivery. If you'd like me to bring them down to you, let me know. Otherwise J can just mail them nwrin 
NOT include F-1 , CRU-1 as I'm hoping the deal above works for you. ( y 

Last, in regards to billing amounts, they wodc out as follows: 

AC-1, 2,3.4 $266,266 

HP-1 $ 2,195 

Heat recovery colls $ 3,445 (for AC-4) 

Fan powered VAV $ 65,671 

ShutoffVAV $ 44,334 

ControMabor $ 303,61 (controls, start-up, labor warranty, & heat recovery coil install.) 

Total $ 685,521 

The controls/labor will be progressed billed. 
Let me know if you have any questions on this. 
Thanks. 



0-XXX-00 Tirana Far Transmittal Document? Page 2 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: RFI 475; RTU curb blocking 



COR No. 



00216 



DATE: 2/25/00 
JOB: 99006 
ISSUE: 00319 



1 . Coplract time being extended 
{jPf) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of I 3/3/00 ) 



For work described below, we offer the following quotation. 



Provide 18 ga. blocking with 2x support at the top of the RTU curbs per RFI 475. 



Total Cost: 



$1,611 




Pro Management Systems. Inc. 
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02/23/2000 12:01 FAX 503 581 3655 



Sent By: PENCE KELLY; 
To: Arbuoklc Costic 



At; 5813655 



ARBUCKLE COSTIC 
503 364 5382 : 



* COURTHOUSE SQR ® 001/002 
Feb-23-00 H :42AM; Page 1/2 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pwic» Loop 5E, Salem, DR 37302 (603) 399-7223 
Portl-od <303> 2244«d1 Fax (S03) 505-7*77 

CCB * A1435 



Request for Information 



TO: Leonard Lodder 

Arbuckle Costic Architects 
363 State Street S.E. 



Salem, OR 97301-3533 

Project: Courthouse Square 

Subject: RTU curb added blocking 

Please process and return by no later than 3/2/00 



RFI No. 



DATE: 2/23/00 
JOB: 99006 
ISSUE No.: 



00475 



Question 



Spec. Ref. 



Dwg. Ref. # 



Per the job site meeting with the roofer, PK, roofing consultant and yourself, the attached detail 
that adds 18ga blocking with 2x support is required at the top of the RTU curbs, please confirm 
design. 



Signed; Dava Havs 



Response 



By: 



Firm: 



Date: 




you must notify Pence/Kelly within 2 days, whether the RFI Is a no cost changa, or 
Contract Additional costs must be submitted within 10, days of receipt. 



Craig Lewis, MMDC 



Data: 



Page 1 of 1 



pocoivocJ : 2/2a/'J() 1 ;> : 04PM ; 

02/23/2000 12:02 FAX 505 581 3655 
Sant by: PENCE KELLY; 



503 f501 3065 - > PENCE KELLY ; Pig« 2 

ARBUCKLE COSTIC + COURTHOUSE SQR 13002/001 
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PENCE/KELLY 

CONSTRUCTION, INC, 

?747 Ppnce I OOP Sf P.O. ROK 4109 

Salem. OH 97302-6 "09 (503J 3W-7223 
Pew (603> 506-7477 Por+land (503) 224-0601 




CCB ^63435 



JOB NAME 
LOCATION 



DATE 



JOB NO. 




FEB-25-2000 10 : 12 SKYL I NE SHEETMETAL 

5KYL J-Nfc mu i juouuwu • 



503 666 8189 P. 01/01 




PENCE/KELLY 

COWIWCTION. inc. 

2747 Pftnce LOOpSfi BO* 41Q0 

Salrm. OR 97302 » 109 (603) 309 7223 
I-Ok (SM) 566-7477 Portland (50,1) 224 MB T 




JOB NAME 
LOCATION 



CCB 163435 



DATE 



JOB NO 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR #89; Bollards @ Souteast 



COR No. 



00217 



DATE: 2/29/00 
JOB: 99006 
ISSUE: 00311 



1 . Contract time being extended 
( ^jQ^Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/7/00 ) 



For work described below, we offer the following quotation. 



Provide Bollards at the South-East corner of site per PR #89. 
There will be no rebar in the bollard footings. 



Total Cost: 



$2,031 




Pro Management Systems, Inc. 



TO 

E 
E 

to 

£ 

E 



o 
O 



c 



c 

.2 
'•*—> 

o 

i_ 

GO 
C 

o 
O 



CD 

^: 

CD 
O 

c 
CL 



d o £ * 

E Q O 
o o 
-J w 

hi £ 



31 £ 
8°. 

O CO 
O £0 



18 



2 * 



- I *la 

. - TI « o 

o * 
2 • 

! = 

o o 

IS 

(0 £ 

3 





PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-6681 Fax (503) 585-7477 

CCB #63435 



Potential Change or Clarification 



TO: Tony Grenz 

Outdoor Fence Co. 
2738 19th Street SE 
Salem, OR 97302 

Project: Courthouse Square 

PCC Title: PR #89; Ballards at South East 

Respond By: 2/28/00 



PCC No. 00002 

DATE: 2/21/00 
JOB: 99006 
ISSUE No.: 00311 
CONTRACT No.: 9906-02710 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review PR #89; Ballards at South East corner of Site, for possible change in cost to your contract. You must 
notify Pence/Kelly within 2 days and submit cost within 10 days. 



Exclude Rebar 



4 



Cost Impact: '/, VS£j ,Q0 
Time Impact: - 



Please check box if no time AND cost impact: Q 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



Issued By: John Gremmels 




Pro Management Systems, Inc 

t. I'd 



All resoonses reauire sianature 
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FAX NO. 503 585 7477 

NW INDUSTRIAL COATIN 



P. 01/01 
PAGE 81 



FAX 



Date 2 25-00 



I 



TO: 



Dave Hayes 



Phone 503-399-7223 
Fax Phone 503-565-7477 



Number of pages InduoTng cover sheet 1 

FROM: Northwest Industrial 
Coatings, inc. 

PO Box. 1570 

Oregon City, OR 97045 

Richard Muhlhauser 

Phone (503) 631-6254 
Fax Phone (503) 631-2790 



CC: . 

REMARKS: □ Uieent 

PCC#017 ADO $80 

MATERIAL; $15 
EQUIPMENT: $ 6 
OH & P: $ 8 
LABOftr— $51 — 

PCC#018 ADD $180 

MATERIAL: $ 34 
EQUIPMENT. $ 14 
OH&P: $18 
LABOR: $114 



E3 For your review d Reply ASAP 

PCC#015 ADD $240 
MATERIAL: $ 46 
EQUIPMENT: $ 19 
OH&P: $24 
LABOR: : $151 



□ Ptm*s0 Comrmrrt 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-B681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



COR No. 



00218 



DATE: 3/2/00 
JOB: 99006 
ISSUE: 00284 



Project: 
COR Title: 



Courthouse Square 
IAQ Plan ( LEED ) 



1 . CpRlrpct time being extended 

Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/9/00 ) 



For work described below, we offer the following quotation. 



Provide revisions per PR #78 with the following clarifications: 
-This COR excludes testing baseline air quality levels. 

-This COR price represents one filter change only. Additional filter changes will be charged as follows: 

65% filters at RTUs will be charged at $2,562 per change-out (all three units) 

30% pre-filters at RTUs will be charged at $ 522 per change-out (all three units) 

30% filters at the return air dampers will be charged at $90 per change-out per individual filter. 

-The project schedule will not allow for all materials that act as "sinks" to be installed before VOC emitting material 

are installed, (ie. some floors will be installing ceiling tile while others are painting) 



Total Cost: 



$6,388 



Accepted B 




[y Construction,! 



Date: ^f^fffO 
Accepted By : V 

Sal^m Ajea Transi 



■ Dave Hays 



Reviewed By:_^£ 

Melvin Mark < 




Date: 



Transit - John Witttngton 




Wasson 



Pro Management Systems, Inc. 



AA arbuckle costic architects, inc. 

« 363 State Street PROPOSAL REQUEST 

5-^^ Salem, Oregon 97301-3533 

r (503) 581-41 14, Fax (503) 58 1 -3655, E-mail: 



PROJECT: 


Courthouse Square 
555 Court Street NE 


PROPOSAL 
REQUEST NUMBER: 


78 




Salem, Oregon 97301 


DATE: 


Dec. 6, 1999 


OWNER: 


Marion County and Salem Area Mass Transit 


ARCHITECTS 






100 High Street NE District 


PROJECT NO.: 


9828 




Salem, Oregon 3140 Del Webb Ave NE 
97301 Salem, Oregon 97303-4165 


CONTRACT FOR: 


General 
Construction 


CONTRACTOR: 


Pence/Kelly Construction, Inc. 
2747 Pence Loop SE 








Salem, Oregon 97302 


CONTRACT DATED: 


February 17, 1999 



Please submit an itemized quotation for changes in the Contract Sum and/or Time incidental to proposed modifications to the 
Contract Documents described herein. 



Description: (Written description of the Work) 

1. Scope: (LEED) Advanced Construction Indoor Air Quality (IAQ) Management 

2. Use of the rooftop air handling systems during construction will require the installation of filters at each floor return 
air entry to the HVAC shafts as well as at the units as follows: 

a. Provide a 30% filter at each Return Air entry to the HVAC shafts, on each building level, from the ground floor 
through the fifth floor. These filters shall be replaced every two weeks, and additionally as required by 
construction operations, during construction of the work. Filters shall be mechanically attached in a manner 
to prevent leakage of ceiling plenum return air past the filter. (Duct tape shall be an acceptable attachment 
method.) 

b. The fitter within each rooftop AC unit shall be a 65% efficient unit. These filters shall be replaced when static 
pressure loss at the filter is 0.5 in. w.g.. 

3. Prepare a Construction Indoor Air Quality Management Plan to include the following elements: 

Review construction sequencing to reduce absorption of VOCs by materials that act as "sinks." (apply wet 
and/or odor-emitting materials such as paints, sealants, coatings, etc. before dry/sink materials such as 
ceiling tiles, carpets, fabric-covered furnishings are installed). 

Include construction-related IAQ procedures in the construction progress meetings. 

Provide temporary ventilation. Check for possible damage to the system from high humidity. Use 100% 
outside air ventilation (depending on climate) with air exhausted directly to the outside during installation of 
finishes and other VOC emitting materials. 

Check that the maximum outside air ventilation rate does not exceed heating, cooling, and humidity levels. 

Ail coils, air filters, and fans should be clean before testing and balancing is done and before baseline air 
quality tests are conducted. 



Test baseline air quality levels prior to occupancy. 
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03/02/00 09:13 FAX 503 364 2276 



ORE CASCADE INC. 



121001 




OREGON 
CASCADE 
PLUMBING & 
HEATING inc. 

MECHANICAL CONTRACTORS 



) 



1728 - 22ND ST. S.E. 
P.O. BOX 12127 
SALEM, OREGON 97309 



CCB 1 27 

PHONE 

FAX 



(503) 568-0355 
(503) 364-2276 



March 2, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-6109 



RE: Courthouse Square 

OCPH Change Order #36 
PCC #43 



Attn: John Gremmels 

Below please find cost breakdown for labor and material to assist Pence/Kelly in the use of AC-1 , 2, & 
3 for temporary heat. 

OCPH involvement is limited at this time to the items listed below. 





Description 


Hrs 


$/hr 




Totals 


OCPH: 












Labor: 


Foreman 


0.00 


$52 


$ 






Labor 


0.00 


$49 


$ 






Deliv. & Recv. 


0.00 


$23 


$ 




Material: 








$ 





OTHER: 



SUBS: Trane Extended Warranty (see attached) $ 1,952.00 

Trane Temp Start-up & Controls (see attached) $ 1,246.00 

Environmental Air Services clean coils (see attached) S 500.00 



10% Prom and OH 
If you have any questions please call. 



Total Add: $ 



381.00 
4,189.00 



Sincerely, 



Richard L. Vo^t / 
Project Manager 



cc: File 9907 
Job Site 



Received: 3/ 2/00 8 : 1 7AM ; B03 3BA PENCE KELLY; Pa e 2 

. 03/02/00. 09:13^50^364,2276, i4o4 ORE C^CADE^NC . ^ 



12)002 

■>-- ► OREGON CASCADE g]o<n 




TRANS 



FAX transmittal TRANEOREGON 



The Trane Company 

A Division of American Standard Inc 

Lo CrossQ Wt 



P.O. Box 23579 
Tfgartt, OR 97281 
7257 S.W.Kabte Lane 
Portland, OR 97224 
OR CCB#0644S2 
WA#ROB£RQQQ32CJ 

TEL 503-620-8031 
OR TEL 800-20TRANE 
FAX 503-639-1454 



Date: February 17, 2000 

To: DickVogt 

Company: Oregon Cascade 
Fax: 

i 

RE; Extended warranty pricing 

JOB: Courthouse Square 

From: Greg Korkowski 

NUMBER OF PAGES SENT INCLUDING THIS SHEET: 1 

Dick. i 

Below is the extended warranty pricing forAC-1,2,3; 

6 month extended parts warranty $ 912 
6 month extended labor warranty $ 1 050 

(One month warranties are not available for these units.) 

Please let me know if you have any questions or need anything else. 

Thanks. 



O-XXX-00 Trane Fax Transmittal Dooument2 Page 1 
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TRANB 



The Trane Company 

A Division of American Standard Inc 

La Crosse Wl 



FAX Transmittal 



TEANBOREGON 



P.O. Box 23579 
Tigafd, OR 972B1 
7257 S.W. Kable Lane 
Portland, OR 97224 
OR CCB#Q$4452 
WA#ROBERGD032CJ 

TEL 503-620-3031 
OR TEL 8Q0-20TRANE 
FAX 503-639-1454 



Date: February 23, 2000 



To: Dick Vogt 

Company; Oregon Cascade 

Fax: 503-364-2276 

RE: Temporary Start-up of AC-1 , AC-2 7 AC-3 

JOB: Salem Courthouse Transit Mall 

From: Mark Mills 

NUMBER OF PAGES SENT INCLUDING THIS SHEET: 2 



Proposal 1 , Revison 1 : TraneOregon shall provide temporary control of AC-1 , AC-2, and AC-3 to allow hearing 
and ventilating of the structure in the following manor: A temporary sensor provided under this proposal shall be 
installed in the return air plenum of the respective AC allowing temperature control. The AC shall operate 24 
hours a day in the constant volume mode. The OSA Dampers shall be programmed to provide 100% OSA during 
gas burner operation. When burn is not In use the damper will be free to cool and ventilate at 100% OSA Damper 
position. No activity, which would take place during normal permanent start-up, has been charged for under this 
proposal. 

Price: $1,246.00 



Best Regards, 



Mark Mills 
Project Manager 
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ORE CASCADE INC. 
TRANE company 




TraneOregon 
P.O. Box 23579 
Phone: (503) 620-S031 
Fax: (503) 639-1454 



Attn: / Jj/c/C tM&T" 



©004 



WmMMOREGON 



FAX TRANSMITTAL 



From: M.Ofr-fr *1 fll j> ' 



Total No. Pages including cover: ^ 
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BLUE VASE 
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PAGE 



Environmental Air Services 

4731 Wallace Rd NW, Salem, OR 97304 
Phone 503-375-8411, Fax 503-371-7471 



Courthouse Square 

Oregon Cascade Plumbing & Heating 

Dick Vogt 

Phone 588-0355/ Fax 364-2276 
Services Provided: 

Clean/Sanitize/Decontaminate Air Coils in 3 rooftop units 
-$200 each coil 

Only Certified Technician on Site 

EAS ONLYFOIXOWS EPA GUIDELINES 
Total: S 600.00 
Special Instructions: 



February 21, 2000 



Customer: 



Directions: 
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OREGON 
CASCADE 
PLUMBING a 
HEATING inc. 

MECHANICAL CONTRACTORS 



) 



1728 - 22ND ST. S.E. 

RO. BOX 12127 

SALEM, OREGON 97309 



CCB 127 

PHONE 

FAX 



(503) 588-0355 
(503) 364-2276 



March 2, 2000 



Pence/Kelly Construction 

P.O. Box 4109 

Salem, Oregon 97302-8109 



RE: Courthouse Square 

OCPH Change Order # 37 
Per Request 

Attn: John Gremmels 

Below please find cost breakdown for labor and material to provide an extended warranty for SF-1 & 2 
so that they can be used for temporary ventilation. 



Description 



OCPH: 



Labor: 



Material: 



Foreman 
Labor 

Deiiv. & Recv. 



OTHER: 



Hrs $/hr 



Totals 



0.00 $52 
0.00 $49 
0.00 $23 



$ 
S 
$ 
$ 



SUBS: HVAC Sub. (see attached) $ 365.00 




10% Profit and OH 



If you have any questions please call. 



$ 

Total Add: S 



37.00 
402.00 



Sincerely, 



Richard L Voqt ' 



Richard L Vogt 
Project Manager 



cc: File 9907 
Job Site 
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Brainard SheetMetal, Inc. 

732 Shelley Street, Springfield, Oregon 97477 
Phone: 541-726-8931 Fax: 541-747-2893 

FAX COVER LETTER 

TO FAX #: _____ DATE: ^-/^ -$00 

ATTENTION: FROM: 
COMPANY: PAGESOnc. covert: / 




SUBJECT: /Mw/^ 



Hoco i_ v o cl 



-^H^__li : 28_FAX_503 364 2276 



ion P^/f 



ORE CASCADE INC. 




!G0N / 
iCADE { 

MRIKift 1 I 



OREGON 
CASCADE 
PLUMBING & 
HEATING INC. 



MECHANICAL CONTRACTORS 



1728 22ND ST. SE 
P.O. BOX 12127 
SALEM. OREGON 97309 

CCB 127 



PHONE (503)588-0355 
FAX (503) 364-2276 



FACSIMILE COVER PAGE 

P/A 

DAo£ t+< 

We are transmitting ^ pages (including this cover page). If transmission is 
not complete, or is poorly copied, please call ASAP. 

COMMENTS: 

Tb tH*\ f Trfe Ail, fhta* T^-ff*- 

LU\LL COST AStUZT ^zf/ tf*L Gft^inb/Zfi-hK' 

A 6>LLt»)£- ^A^Tb/l d>f=^ /<<><?/ So 

^ No additional copies of this will be sent. 

A mailed / or hand delivered copy will be sent in addition to this fax transmittal. 

Sent bv . C>t^ \Jp 6^ Date and time sent: s/tf^b 
Response Requested: Yes: No. 



TO: 
ATTN: 
SUBJECT: 
FAX#: 




PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB# 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
111 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: PR # 91; Sump Protection 



COR No. 



00219 



DATE: 3/3/00 
JOB: 99006 
ISSUE: 00320 



1. CoRtr&ef time being extended 
$y ) Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/10/00 ) 



For work described below, we offer the following quotation. 



Provide Increased protection at Sump Pumps and Generators per PR #91. 



Total Cost: 



$1,326 





Accepted By: 
Date: 
Accepted By: 



Peru 



lly Construction, Inc. - John Gremmels 



Reviewed By: ^ 




Melvin Mark Companies - Craig Lewis 

Date: 



Salem Alea jtransit - John Wittington 

Date: J 3/>1> I QQ 



Accepted B 



Date 




Wasson 



Pro Management Systems, Inc. 
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VJnt By: PENCE KELLY; 



503 364 5^2 



Feb-25-00 1 :33PM; 



Page 1 



PENCE/KELLY 

CONSTRUCTION, INC. 

2747 P«nce Loop SE, Sal«m, OR 9TJ02 (603)393-7223 
Portland (503) 224-8681 Fax (633) 5B5-7477 

CCB 63436 



Potential Change or Clarification 



TO: TonyGrenz 

Outdoor Fence Co. 
2738 19th Street SE 
Salem. OR 97302 



Project: Courthouse Square 

PCC Title: PR #91; Sump Pump Protection 

Respond By: 3/3/00 



00003 



PCC No. 

DATE: 2/25/00 
JOB: 99006 
ISSUE No.: 00320 
CONTRACT No.: 9906-02710 



The following Change Clarification Request is being considered. 
Please respond within five (5) days with any cost or time impact. 



Please review PR #91 ; Sump Pump Protection, for possible change in cost to your contract. You must notify 
Pence/Kelly within 2 days and submit cost within 10 days. 



Exclude Rebar 



Cost Impact: 

Time Impact: A'iWg 



l__ — — - - — - ^ 

Please check box if no time AND cost impact: [31 

INCLUDE THIS FORM WITH ALL BACKUP INFORMATION 



|fS IA>r 



Issued By: John Gremmels 



Pr U M«weo — .«...-nRec i ovoH Tim© Fob. '5. l - 9 *i o 14 




All responses require signature 
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PENCE/KELLY 

CONSTRUCTION, INC. 

2747 Pence Loop SE, Salem, OR 97302 (503) 399-7223 
Portland (503) 224-8681 Fax (503) 585-7477 

CCB # 63435 



Change Order Request 



TO: Craig Lewis 

Melvin Mark Companies 
1 1 1 Southwest Columbia 
Portland, OR 97201 



Project: Courthouse Square 

COR Title: Add voice chips @ Elevators 



COR No. 



00226 



DATE: 3/17/00 
JOB: 99006 
ISSUE: 00336 



1 . Contract time being extended 
MbO Calendar days. 

2. Acceptance of COR prior to our 
deadline date of ( 3/16/00 ) 



For work described below, we offer the following quotation. 



Provide voice chips @ Elevators per Bob McCune. 



Total Cost: 



$630 





Accepted By: 



Reviewed By 



Pence/ 



Construction, Inc. - John Gremmels 



Date: 
Accepted By: 



Salem, 



Date: 



i i lanoii - oui ii i vv 



Manon County - Billy Wasson 



Date 



Pro Management Systems, Inc. 
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FROM: SOUND ELEU PDX 



FRX NO. 



5932530626 



05-19-88 16 :32 P .02 



THYSSEN SOUND ELEVA TOR change order 

14626 N.E. AIRPORT WAY PORTLAND, OREGON 97230 PHONE: 903/SS.0079 FAX: 503/2S3-C026 



NO. 
DATE: 



MODIFICATION #: 2 



MARCH 16, 2000 



TO: PENCE/KELLY CONSTRUCTION INC 

JOB: COURTHOUSE SQUARE 

SECOJOB* 103-CL0950-52 



TOTAL AMOUNT TO BE ADDED BY THIS CHANGE ORDER $600.00 

DESCRIPTION OF MODIFICATION: FURNISH & INSTALL THREE^VOICE CHIPS $#1 Y^c C C*/^ 



CO LIST 


PURCH 


JOB COST 


BOOKED 


3/16/00 
CR 









ORIGINAL CONTRACT AMOUNT: $424,653.00 

MODIFICATION #0 THRU #1 : $2,012.00 

MODIFICATION AMOUNT #2: $ 600.00 

REVISED CONTRACT AMOUNT: S427.265.00 



BY: 



DATE: 



THYSSEN SOUND ELEVA TOR 

BY PAVE CAMPBELL. CONSTRUCTION MANAGER 
DATE March 16. 2000 



ALL TERMS AND CONDITIONS OF THE ORIGINAL PURCHASE ORDER OR SUBCONTRACT 
ARE INCLUDED AND MADE A PART OF ThIS MODIFICATION. 

PLEASE SIGN BOTH COPIES AND R ETURN THE THYSSEN SOUND ELEVATOR- COPY TO OUR PORTLAN D OFFI CF THANK YOU. 

1-CUSTOMER 2-THYSSEN SOUND ELEVATOR 3-ACCOUNTING 4-MAlN OFFICE 5-CONSTRUCTION 
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